ADVERSE CLIMATIC CONDITIONS AND IMPACT 
ON CONSTRUCTION SCHEDULING AND COST 


BY 
ROBERT Togs BUR 


A REPORT PRESENTED TO THE GRADUATE COMMITTEE 
OF THE DEPARTMENT OF CIVIL ENGINEERING IN 
PARTIAL FULFILLMENT OF THE REQUIREMENTS 
FOR THE DEGREE OF MASTER OF ENGINEERING 


UNIVERSITY OF FLORIDA 


Summer 1988 


; ~ | 
i} 
ss 
TTAMI IS SGAEVCA 
“YOTTIURTAWOD Oo 
y 
i : t ran 
=. 


ITT AMD a AMIASD GH? of oeTyeesad Ta 
(1 OWIRESMIDME Jivio WO THA - ong ’ 
BTHMME ALO - any FO TadmdTwie 

(A304 pve &O BITeay 4O Beooee ger 


am 
7 


e 


i90s% W WrlemviIMe © 
800! samme 


TABLE OF CONTENTS 


Page 
List of Tables eeoe<ees7e#27eoeeseeenee*#e#8t#2reee8te#enreeenrteeneseeeeee#ee#e#ee#e##8##8#e8#eee @ al 
List of Figures eeeeeee#eer#eses85eee#ereereseeseskeéeeses+s$s#ee#e#e#e8ee8#ee?e#e#eee#etete#e#ee#ee##e#@¢@ iv 
List of Abbreviations eeoeeee¢e*eer#e#5gnjneese#§oeeesee#eeeeseeeeskesee#e#r#kee##teee#eee#e#eeee 
Chapter I - INTRODUCTION eeeseeeer#seeeererereee#segs35nreersteeeeeeese#se 1 
Chapter II - CALCULATION OF PRODUCTIVITY EFFICIENCIES 5 
FOR THE EXAMPLE PROJECT SITE 
Chapter III - ESTIMATING PROJECT SCHEDULE AND COST .... 15 
BASED ON CLIMATIC CONDITIONS 
Chapter IV - CONCLUSION eeeeeesser#s3f5oeeseesesegsreersrfceckeee#esee#ee#e#eee#eee#e#e#@# 33 
Appendix A - DESCRIPTION OF THE EXAMPLE PROJECT ...... 37 
Appendix B_ - USE OF LOTUS 1-2-3 FOR CPM NETWORK ...... 44 
CALCULATIONS 
Appendix C - DEVELOPMENT OF SCENARIOS C, D, &E...... 53 
Appendix D - METHOD FOR DERIVING PRODUCTIVITY AS A... 65 
FUNCTION OF TEMPERATURE AND RELATIVE 
HUMIDITY 
Appendix E - CALCULATION OF AVERAGE MONTHLY ........-. 67 
TEMPERATURES USING THE SIMPLE 
AVERAGE METHOD 
Appendix F - CALCULATION OF HEATING REQUIREMENTS AND.. 108 
COSTS FOR TEMPORARY ENCLOSURE FOR 
SCENARIOS C, D, AND E 
References soeeeestee#e#ee#eneeneteeeeeeereere#ee8#e8e#eee#eee#e##e#e#eee##e#e##e eee a ha be 


Bibliography oeeeere3seteteereeeeeeeenteeeeeeeeteneeeeeeeeeeeeeeeee#ee els 


up 


a 
eae = 


s 
* 
vw 
yi 
. 7 T 
, 
af 
' 
: ‘ 
ail ~ A 
) 
© AVADS 
sae@eer?ee? 
° Ld ss oe F @ 


bye 


Table 


2-1. 


E-1. 
E-2 ° 


E-3 . 


LIST OF TABLES 


Construction Productivity Efficiencies asa. 


Function of Temperature and Relative Humidity 


Calculated Average Monthly Temperatures for . 
MWTC Bridgeport Using the Simple Average 


Method 


Calculated Productivity Efficiencies for .... 


MWTC Bridgeport Using Koehn/Brown 
Relationships 


Monthly Temperatures and Calculated .......... 


Efficiencies for Scenarios C, D, & E 


Critical Dates for Temporary Shelters for ...... 


Scenarios C, D, & E 


Expected Winter Protection Costs and Profit .... 


as a Function of Mean Daily Temperature 


Expected Winter Protection Costs and Profit 
as a Function of Duration of Winter Protection 


List of Activities for Example Project 


Example Project CPM Network Based on 
Contractor’s Actual Schedule 


CPM Network for Scenario A ...eeceee 


CPM Network for Scenario B ...ccceuves 


CPM Network for Scenario C ....cceoee 
CPMCNEGWOrK SPFOF YSCEMATLOeD il Goa whe cece cc ceecscvas 
CPM Network for Scenario E .wcscwscecane visa 6) poe ee 
January Temperature Statistics saniwwiiisis weccaee 
Minimum Daily Temperatures for January 


Maximum Daily Temperatures for January 


a ie I! 


Page 


14 


20 


23 


29 


72 


73 


tlie. 
ft 
— 
= — 

a 

wt 
* 

'y 25 
ro Jelw 
9i¢ 
ign 
nq 

a4 10 


16T Hao jo mae 


oot 402 drowsen. MgO 


ad - #4 setagesT tC" ts ‘7, 


_ 


cotu ie ideas? <liet svete 


am 7UjsetpqmeT ella weilsa 
; lot nis y i 
i =— Pe 


ie ; ' 


yur 


February Temperature StatisticS .......+.. 
Minimum Daily Temperatures for February . 
Maximum Daily Temperatures for February . 
March Temperature Statistics ....cceseeeee 


Minimum Daily Temperatures for March . 


Maximum Daily Temperatures for March .... 


April Temperature Statistics ..cccscscvees 


Minimum Daily Temperatures for April .... 


Maximum Daily Temperatures for April ..... 


May Temperature Statistics ..csccsevevece 


Minimum Daily Temperatures for May ...... 


Maximum Daily Temperatures for May ...... 


June Temperature StatisticS ...cceeeeeeees 


Minimum Daily Temperatures for June ..... 


Maximum Daily Temperatures for June ..... 
July Temperature Statistics ..cccccccccne 


Minimum Daily Temperatures for July ..... 


Maximum Daily Temperatures for July ..... 


August Temperature Statistics ....ceesees 


Minimum Daily Temperatures for August ... 


Maximum Daily Temperatures for August ... 


September Temperature Statistics ........ 


Minimum Daily Temperatures for September 
Maximum Daily Temperatures for September 


October Temperature Statistics .......... 


Minimum Daily Temperatures for October ... 


iv 


sail 


nisi Lc 


qaeT 4lis? agets r 
Jaxte nape) alee =i. 


i a 
» in _ aM mal 
cos =e td wrecgaie? © y 


wr 


+4 


Table Page 


E-30. Maximum Daily Temperatures for October ......... 100 
E-31. November Temperature Statistics .......ceeeeee2. 101 
E-32. Minimum Daily Temperatures for November ........ 102 
E-33. Maximum Daily Temperatures for November ........ 103 
E-34. December Temperature StatisticS ....ceeeeeseeeee 104 
E-35. Minimum Daily Temperatures for December ........ 105 
E-36. Maximum Daily Temperatures for December ........ 106 
E-37. Computation of Index of Seasonal Variation...... 107 


+ 


* 


seaiitatiaenaoy €fred auarat re 


omsaregme? ¢fied sumtin ge 
t238 supe miegeeT :oteeeolt & 
ve m2Jaeteqeet “Lied sowinlt g 

rvtnseqgeaeT ¢itat ave lcm i 


[6 eiwtevegmel 16dmsceae 


Sect4eqeeT ¢lied avers 


fo. 5 eo umes 


LIST OF FIGURES 


Figure Page 
2-1. Construction Productivity as a Function of 

Temperature and Relative Humidity (Graph) .... 10 

3-1. Comparative Cost Forecast For Example Project .. 26 


vi 


os 


'_a2 =e +tvitoveborg ae Liouwtsaqoag 
>'evt svitelea bas eagsaseqmeT 


] 10% Jesceto® te00 svivedsqeGan 


LIST OF ABBREVIATIONS 
ABS MAX MAX TEMP ......Absolute maximum maximum temperature 


ABS MIN MIN TEMP ......Absolute minimum minimum temperature 


DCCs gists aielcis cise 6 celeccctecsic cs ececscsseccvesoveece AVErage 
PEPE Tilclasicleiciss sicleccessesscccrvcesocceceseBritish thermal unit 
DMP csiccts ceicceicsc ck eve cseece es etesecese se C&lEndar day 
DPPC Cae iss ccirisicitiepsiescacesseoasccvecsses Critical’ path method 
[MECPORicipalsclesisseasecescsecrscvaesvsccecrvvceceeeses Cubic feet 
SEEM eis aleleis/e sls s slcicles 6s ssscescrcercsscovscececees Duration 
MEE gaevacscsacrevscececssese DETEnse Contract Audit Agency 
PET as elastic aelec tic see cit eerececcecsccese Barly finish 
MUMS sos sesessccdccccessees BXLErior Insulation Finish System 
MEMOS S50 ch 'e-16) 51 9616. 66.6 06-8 00 vie 0. 6 DME ie siciciceses Barty start 
SCs disse rca soseacctcasccacscscssees Degrees Farenheit 
DCCs asisid 6 sisiviv cvicpiscecsesseeccesesaceseosececs LAL Finish 
MEMIN Vs cb Ce ccc cece vesseosececsnecseucsoccensees LACE Start 
MEAN MAX TEMP ..............ee+++. Mean maximum temperature 
MEAN MIN TEMP .....-csceeeceeeeseee Mean minimum temperature 
MWTC .ccccscecccecsceeeeeee Mountain Warfare Training Center 
NODC seven sceccccccsccsesseeee National Climatic Data Center 
EL wc ews ce sas scacneenseescenceccevesvestss Relative humidity 
DMMP Stic tedivGics@ns ote secectvssccecsece SIMDLE average hethod 
TEMP .cccvccevresccvecccccvecsssecesvessvcsesosee temperature 


WD “Oe Gee @C GC eaeeeceh@eernr_eeeaeeeegce*#e eeeued@wcoeeooesesoeoeseseoeoesweoaoetgcese @ Work day 


vii 


id 


(aod 
$ ed ethe4 


Preiectas tT 


é 


itiomiio fgaetsak reses’ 


‘hPmeli eo sees 


wr ter! tanh ee ee ee eee ee ek 


etm OB «ie ‘rer epeee ee tare ey 


Tr si: 81140 


va siqguré 


‘eee re ee eee tee 


/URGAA ) TELS 


Ra is “cd ~% ‘ SMaT LAM J 
alma og ords +o IMRT um 


I 1G ilte22i ‘ Pes rave 


ainiawel . tocatmmenne 


bass 60 Oe ee * yi 


ao in 
oe eeee® Vex 


-_2@ re, * wx, 
4 7 


a 


CHAPTER I 
INTRODUCTION 

The success of a construction project from the point 
of view of the contractor can be defined in different 
terms. However, of all possible definitions the most impor- 
tant may be the profit generated by a single project. In 
cases where the project management concept is used, the 
construction manager is tasked with the overall management 
of design, procurement, construction operations. In these 
types of projects, the construction manager also has the 
greatest amount of influence in controlling costs and gener- 
ating profit. However, in the case of competitively adver- 
tised, fixed-price government construction contracts, the 
extent of contractor influence is normally limited to the 
procurement/construction portion of the project’s life 
cycle. Therefore, the contractor’s degree of success is 
highly dependent on two different operations that occur 
during procurement and construction phases of the project. 
The first operation, project planning, involves estimating 
the labor, materials, equipment, and preliminary schedule. 
needed to execute a project as established by the owner’s 
design. The second operation, the implementation phase, is 
for the most part dependent on the prior planning. In the 


case of a fixed-price contract, the project cost as 
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presented in the base bid also becomes the control amount 
upon which the contractor’s control budget is based. There- 
fore, what estimating and planning is done in the prepara- 
tion of the base bid can be considered essential to the 
success of the construction project. 

However, there is a certain amount of uncertainty in 
the bidding process. Material quotes may be based on mate- 
rials that do not conform to the specifications. The mate- 
rial take-off may contain errors that result in quantities 
different than what is required. Equipment costs are based 
on what the estimator considers to be the most efficient 
piece of equipment for the job while not knowing what will 
be available at the time the equipment is needed. 

Overall, the items noted above can be considered to be 
controllable and therefore not subject to creating substan- 
tial additive costs. In comparison, however, estimating 
labor productivity is the most complicated part of the 
estimating process. Many of the factors influencing labor 
productivity are highly qualitative in nature, and a great 
deal of experience and judgement is needed to develop the 
type of qualitative information that is required. However, 
the productivity component also offers the contractor by 
far the greatest opportunity to control his labor costs, 
assuming that the contractor also has some basic understand- 
ing of the factors that influence the variable in this 


equation. 
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Preliminary estimates of productivity are normally 
based on either average or historical productivity rates. 
However, average productivity rates normally do not consid- 
er climatic effects. Historical productivity rates consid- 
er climatic effects only if prior construction projects 
have been executed in similar conditions. Therefore, for 
-the estimator that is basing productivity solely on average 
productivity or dissimilar historical rates, there is a 
high probability that adverse climatic conditions will 
result in unforeseen additive costs that only serve to 
deduct from the desired profit. 

The ability to anticipate adverse climatic conditions 
also has legal implications. As noted above, a schedule 
that does not address or take into account climatic condi- 
tions will more than likely be subject to delay. However, 
precedence has been set that daily variations in weather 
patterns should be expected. Precedence goes on to state 
that climatic conditions are only to be considered adverse 
when a condition arises and that condition is considered to 
be occurring at an unusual time of the year. Therefore if 
the climatic condition is not unusual for the particular 
time and place, or if a contractor should have reasonably 
anticipated it, the contractor would not be entitled to 
relief [1]. 

Therefore, the question that arises is how does a 
contractor estimate productivity for a project subjected to 


adverse climatic conditions and how do these efficiencies 
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impact on schedule and cost estimates. Additionally, what 
alternatives are available to the contractor in completing 
a project subject to adverse climatic conditions. 

It is therefore the intent of this report to demon- 
strate one method of estimating productivity efficiencies 
and to demonstrate their impact on construction scheduling 
and cost. Additionally, it is intended to investigate 
alternatives available to the contractor. 

In order to demonstrate the impact of adverse climatic 
conditions on project schedule and cost, an actual construc- 
tion contract was selected as the basis for comparison. 

The project selected is a two story building of approximate- 
ly 4800 square feet for fire station use including an appa- 
ratus room, a dormitory area, a living/dining area, alarm 
room, reception room, and administrative spaces. This 
facility is located at the Marine Corps Mountain Warfare 
Training Center (MWTC), Bridgeport, California. Construc- 
tion was started in September 1984 and was completed in 
December 1985. Further information concerning the project 
and details concerning the construction execution are found 


in Appendix A (Page 37). 
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CHAPTER II 


CALCULATION OF PRODUCTIVITY EFFICIENCIES 
FOR THE EXAMPLE PROJECT SITE 


All types of productivity are influenced by air temper- 
ature, wind velocity, relative humidity, precipitation, and 
light. Therefore, it is universally accepted that opera- 
tions in adverse climatic conditions suffer from a loss of 
productivity - the extent of which depends upon, in part, 
the type of activity and the degree of protection. 

Adverse conditions, here limited to both warm and cold 
conditions, create varying degrees of problems. In gener- 
al, the effect of adverse climatic conditions on construc- 
tion projects plays a major part on the success of the 
project. Adverse conditions have been shown to require 
considerable planning due to the impact on [2]: 

1) Arrival of personnel 

2) Transportation of equipment 

3) Delivery of materials 

4) Construction of temporary shelters 
5) Environmental protection 

However, not only does severe conditions effect differ- 
ent facets of a construction project, but it also can have 


a severe impact on individuals. In extreme conditions, 
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studies have indicated that workers would more likely be 
subject to the following factors [3,4]: 

1) Errors in judgement 

2) Carelessness 

3) Complaints 

4) General lethargy 

5) Irritability and poor mental attitudes 

6) Decrease in quality of workmanship 

7) General slowdown of work pace 

8) Unscheduled stoppage of work 

In warm climates, injuries take the form of sunburn, 
cramps, heat exhaustion and heat stroke. These types of 
injuries can be prevented by utilizing preventive measures 
such as ensuring adequate salt and water intake, proper 
work/rest cycles and adequate acclimatization. These pre- 
ventive measures, however, generally result in an overall 
slowdown and, therefore, reduced productivity. 

In comparison, cold weather brings about a wider range 
and a more severe degree of injury. Wind chill guidelines 
indicate that in an equivalent temperature of -25°F (which 
can occur with an actual thermometer temperature of 10°F 
combined with a 20 mile per hour wind) exposed dry skin may 
freeze within one minute. It has also been shown that 
frostbite can occur in relatively warm temperatures (30°F) 
if the skin is wet and the wind speed is 15 miles per hour. 

Prevention of cold weather injuries is complicated in 


a construction environment. Normally, proper clothing is 
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required for exposed workers with the materials being light- 
weight and designed with a great degree of mobility. Howev- 
er, protective clothing creates the problem of maintaining 

a worker’s skin dry. This results in a decrease in the 
body’s pain threshold of approximately 5°F and the risk of 
frostbite is greatly increased. 

In order to reduce the effect of cold weather, tempo- 
rary shelters are often built [5]. However, these tempo- 
rary shelters result in increased field overhead costs 
attributable to the cost of the shelter itself, the cost of 
heating the shelter, and the cost of maintaining the shel- 
ter. 

Therefore, it can be inferred that a cold weather 
environment will have a greater impact on productivity, 
schedule, and costs. The problem, therefore is to estimate 
productivity rates, establish a construction schedule, and 
determine costs based on anticipated climatic conditions. 
In order to do this, the contractor must do the following: 

1) Estimate efficiencies that are based on climatic 
conditions. 

2) Establish a construction schedule based on aver- 
age production rates. 

3) Apply calculated efficiencies to the average 
construction schedule and calculate a new sched- 


ule based on climatic conditions. 
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4) Reevaluate field overhead requirements based on 
a new schedule (i.e., determine requirements for 
temporary shelters and heating equipment in cold 
weather ) 

The first step involves the contractor utilizing the 
basic methodology in creating a construction schedule. As 
seen in the third step, the efficiencies are then applied 
to the average productivity rates, thereby modifying the 
individual activity durations and the overall schedule. 

The difficulty, however, is utilizing a valid and repeat- 
able method to calculate efficiencies in a cold weather 
climate. 

As illustrated in Appendix D (Page 65), E. Koehn and 
G. Brown provide one method to calculate productivity effi- 
ciencies whereby they derived two non-linear relationships 
for both cold and warm weather climates [6]. For the pur- 
pose of this paper, these relationships will be utilized to 
determine the impact of adverse climatic conditions on 
project schedule and cost. The expected productivity effi- 
ciency values as determined by these authors follows as 
Table 2-1. These productivity values are also graphically 
illustrated in Figure 2-1. It should be noted that these 
values represent efficiencies for a broad range of tempera- 
tures and PuaAeaT Tee, For the example project, productivi- 
ty efficiency values were calculated for specific site 


conditions. These values are shown in Table 2-3. 
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TABLE 2-1. CONSTRUCTION PRODUCTIVITY EFFICIENCIES AS A 
FUNCTION OF TEMPERATURE AND RELATIVE HUMIDITY 


Relative Humidity (%) 


Source: Enno Koehn and Gerald Brown, "Climatic Effects on 


Construction," Journal of Construction Engineering and 
Management, ASCE, Vol. 111, No. 2, June 1985, 129-137. 
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CONSTRUCTION PRODUCTIVITY 


AS A FUNCTION OF TEMP AND RH 


FIGURE 2-1. 
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As noted above, the first step is to estimate efficien- 
cies based on historical weather data. In doing so, one 
must decide what data will be used and how to use it. 
Generally, average temperature and humidity data is easily 
obtainable from various sources. However, as in the case 
of weather data obtained from the National Oceanic and 
Atmospheric Administration, National Climatic Data Center 
(NCDC) for the example project, weather data may not be 
representative of the project location. For the purpose of 
data collection, the NCDC utilizes only specific population 
centers, usually supported by an airport. In the case of 
the example project and as indicated in Appendix A (Page 
37), major population areas were twenty-five miles to the 
south (Bridgeport, California) and seventy miles to the 
north (South Lake Tahoe, California) of the site. There- 
fore, it may be necessary to calculate the average monthly 
temperature and relative humidity prior to calculating 
efficiencies. 

For the purpose of this report, it is assumed that 
available average temperature and humidity data is not 
available for the example project site. Therefore, proce- 
dures used to calculate the required data are presented. 
For the purpose of these calculations, available tempera- 
ture data was taken from Bridgeport, California as weather 
systems affect both the example project site and the town 


Simultaneously. Humidity data was taken from South Lake 
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Tahoe records. Elevations of both data sources are within 
1000 feet of the example project site. 

In order to firmly establish seasonal trends, tempera- 
ture and humidity data for a twenty year period was ob- 
tained. This provided five hundred sixty (560) to six 
hundred twenty (620) daily mean temperature data points for 
any given month from which a statistical analysis could be 
made. 

Prior to utilizing the productivity relationships 
established by Koehn and Brown, a determination had to be 
made as to what was to be considered a proper average or 
typical temperature. Ultimately, it was the goal of this 
analysis to establish an average monthly temperature for 
each respective month from which productivity estimates 
could be made. However, with daily minimum, mean, and 
maximum temperatures available, a determination had to be 
made as to whether forecasts were based on absolute, mean, 
or statistically derived temperatures. 

Invariably, the data can first be considered a season- 
al variation in that there is a more or less regular move- 
ment within the year which occurs year after year. There- 
fore, in a time series with seasonal variation each month 
has a typical or average value position in relation to the 
year as a whole. The problem of seasonal variation there- 
fore is to determine this typical or average position of 


each month. 
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Of the various methods used for measuring the seasonal 
variation occurring within a time series, the Simple Aver- 
age Method (SAM) was selected to analyze the available 
temperature data [7]. Typically, SAM analyzes monthly 
values to establish a typical value for each of the twelve 
months. However, with approximately 22,000 minimum and 
maximum daily temperatures, the method was modified to 
first establish a typical value for each day of the month. 
The typical daily values were then used to establish a 
typical value for each of the twelve months. The resulting 
monthly values are shown in Table 2-2 below. A detailed 
description of the procedures used involving SAM and the 
analysis of the available temperature data is provided as 


Appendix E (Page 67). 


TABLE 2-2. CALCULATED AVERAGE MONTHLY TEMPERATURES FOR 
MWTC BRIDGEPORT USING THE SIMPLE AVERAGE METHOD 


AVERAGE MONTHLY 
TEMPERATURE (°F) 


B 
= 
= 
= 
t 
24 
t 
= 
SEPTEMBER 52.90 + 
OCTOBER 43.43 + 
NOVEMBER 34.85 + 
DECEMBER = 
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With average monthly temperature data calculated, 
average productivity efficiencies for each month could be 
calculated using the Koehn/Brown relationships. Results of 
these calculations are shown in Table 2-3 below. 


TABLE 2-3. CALCULATED PRODUCTIVITY EFFICIENCIES FOR 
MWTC BRIDGEPORT USING KOEHN/BROWN RELATIONSHIPS 


AVG MEAN RELATIVE CALCULATED 

TEMPERATURE | HUMIDITY | PRODUCTIVITY 
MONTH (°F) (%) EFFICIENCY 
JANUARY 0.84 
FEBRUARY 0).87 
MARCH 0.92 
APRIL 0.95 
MAY 0.99 
JUNE 1.00 
JULY 1.00 
AUGUST 1.00 
SEPTEMBER 1.00 
OCTOBER 0.98 
NOVEMBER 0.93 
DECEMBER 0.85 
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CHAPTER III 


ESTIMATING PROJECT SCHEDULE AND COST 
BASED ON CLIMATIC CONDITIONS 


In order to evaluate the impact of climatic conditions 


a construction project’s schedule and cost, it was decid- 


ed to establish five scenarios in which both schedule and 


cost could be traced. Prior to developing these scenarios, 


at 


in 


In 


on 


was necessary to duplicate the contractor’s CPM schedule 
a form that could be easily cost loaded and modified. 
order to accomplish this, the CPM network was duplicated 


a Lotus 1-2-3 spreadsheet. Use of Lotus 1-2-3 in the 


construction of this CPM network and a listing of all cell 


formula is included as Appendix B (Page 44). 


Two separate formats were used to provide for schedul- 


ing and cost loading. The first format, as seen in Appen- 


dix C (Page 53), Tables C-1 through C-5, utilizes a prece- 


dence network format to calculate early start, late start, 


early finish, late finish, float, and determine whether the 


activity is on the critical path. The second format, not 


shown in this report, utilized early start-early finish 


information to construct a Gantt chart upon which daily 


cost information for each activity was loaded. This cost 


loading information was then used to construct cost fore- 


casts. 
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Scenario A was based on the actual CPM schedule used by 
the contractor. For this scenario, a total of 466 calendar 
days was used to accomplish the project. From the contrac- 
tor’s schedule of prices, the cost of the project to the 
government was $663,810. Of the total project cost, total 
direct labor and material costs equalled $520,406, includ- 
ing $2,125 for maintenance during winter shutdown. Field 
overhead costs equalled $117,384 or $253.53 per calendar 
day. These field overhead costs included superintendent 
and quality control personnel wages, job trailer costs, 
utilities, laboratory services, etc. The remaining amount, 
$26,020 is attributed to a profit of approximately 5%. The 
productivity efficiencies in this actual case are assumed 
to be at 100% and therefore not affected by climatic condi- 
tions. 

Scenario B (Table C-2, Page 57), is based on the ideal 
case of the actual CPM without any time taken for winter 
shutdown. Without this time period, total project time is 
reduced to 289 calendar days. In comparison, total direct 
costs were calculated at $518,281 and total field overhead 
at $73,017. Based on the actual cost to the government 
(the base bid), this would have left a total of $72,512 or 
12.26% attributable to profit. It should be noted however 
that it is considered unreasonable to assume that construc- 
tion execution will reach ideal conditions. Therefore, 


Scenario B shall only be used as the basic schedule from 
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which Scenarios C,D, & E are constructed. Scenario B, 
therefore, shall not be considered in any further com- 
parative analyses. 

As it is being hypothesized that temperatures affect 
the productivity and therefore scheduling and cost, the 
ideal case was then used as the basis for calculating the 
contract duration after applying the calculated productivi- 
ty efficiencies. In order to allow for a comparison be- 
tween different climate scenarios, it was decided to first 
use the mean temperature data to modify the project sched- 
ule. It was then decided to create worst and best case 
scenarios by arbitrarily subtracting from and adding to the 
monthly mean temperatures. 

Scenario C, the precedence network based on mean climat- 
ic conditions, was created by using the calculated produc- 
tivity efficiencies indicated in Table 2-3 (Page 14) to 
modify the ideal case in Scenario B. 

For Scenario D, the average monthly temperature minus 
ten degrees was used. For Scenario E, the average monthly 
temperature plus ten degrees was used. In both scenarios, 
the resulting efficiencies were then factored into the 
resulting CPM schedule. 

Table 3-1 (Page 20) shows the monthly temperatures and 
efficiencies used for Scenarios C, D, and E. 

Once productivity efficiencies were established for the 
MWTC construction site, they were then factored into the 


cost loaded Gantt chart. Simply, the procedure utilized 
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was to take the monthly efficiency corresponding with the 
starting date of the activity and dividing the activity 
duration by the efficiency. This would result in a modi- 
fied, usually longer, activity duration. For those activi- 
ties that extended over multiple months, the efficiency 
used corresponded with the longest partial duration. Going 
through each activity of the network resulted in a listing 
of modified activity durations. This was then used to 
calculate total direct cost per activity day. These direct 
costs were then inserted into the cost loaded Gantt chart. 
The cost loaded Gantt chart was then set up to calculate 
total direct costs per day and cumulative direct cost per 
day. 

The modified activity durations were then inserted into 
the precedence network spreadsheet to determine float and 
critical activities. This also served the purpose of veri- 
fying the early starts and finishes of each activity and 
the overall project duration. 

As seen in Table C-3 (Page 59), Scenario C, based on 
mean climatic conditions, resulted in a total project dura- 
tion of 306 calendar days. Total direct costs again were 
calculated at $518,281. Field overhead was calculated at 
$77,327. Based on the actual cost to the government 
($663,810), a total of $68,202 is left for potential prof- 
it. 

As seen in Table C-4 (Page 61), Scenario D, based on 


temperatures ten degrees below the calculated monthly mean 
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temperatures, resulted in a total project duration of 327 
calendar days. Total direct costs were verified at 
$518,281. Field overhead costs were calculated at $82,651. 
Based on the actual cost to the government, a total of 
$62,878 is left for potential profit. 

As seen in Table C-5 (Page 63), Scenario E, based on 
temperatures ten degrees above the calculated monthly mean 
temperatures, resulted in a total project duration of 296 
calendar days. Total direct costs were verified at 
$518,281. Field overhead costs were calculated at $74,284. 
Based on the actual cost to the government, a total of 
$71,245 is left for potential profit. 

The costs noted above for Scenarios C through E, howev- 
er, are misleading. In the actual execution of the example 
project, the contractor shut down the job from the begin- 
ning of October through to the beginning of April. A re- 
view of the activities surrounding this shutdown also indi- 
cates that the work done immediately before and after the 
shutdown did not require any extraordinary measures to 
protect work or construction personnel. In the actual 
schedule, the first activity that occurred that would re- 
quire monitoring of weather conditions (concrete placement ) 
didn’t occur until June. In addition, the exterior finish- 
es that were also temperature dependent (the exterior insu- 
lation finish system (EIFS) and the roof membrane) were 


completed prior to the onset of winter. Therefore, all 
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TABLE 3-1. MONTHLY TEMPERATURES AND CALCULATED 
EFFICIENCIES FOR SCENARIOS C, D, & E 


Temperature 
(Efficiency) 
Scenario D Scenario E 
Scenario C (Mean Temp (Mean Temp 
Month (Mean Temp) - 10 °F) + 10 °F) 


January 25 15 
(0.84) (0.71) (0. ae, 
February 28 18 
(0.87) (0.75) tee ae) 
March 33 Ze 43 
(0.92) (0.83) (0.98) 
April -) 28 28 48 
(0.95) (0.88) (0.99) 
May 47 37 Ba. 
(0.99) (0.95) (1.00) 
June 55 45 65 
(1.00) (0.98) (1.00) 
July 61 51 (ie 
(1.00) (1.00) (1.00) 
August 59 49 69 
(1.00) (1.200) (1.00) 
September 52 42 62 
(1.00) (0.97) (1.00) 
October 43 Sy | 53 
(0.98) (0.92) (i200) 
November 34 24 44 
(0.93) (0.84) (0.98) 
December 26 16 36 
(0.85) (0.74) (0.94) 
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work that was temperature dependent was done at a time 
where little or no protection was required. 

Scenarios C, D, & E, however, force temperature 
dependent activities into the winter thereby requiring some 
level of protection. The cost of this protection, then, 
will offset the potential profit. 

For the purpose of this report, arbitrary decisions are 
made concerning weather protection. A review of contract 
specifications indicates the following areas as temperature 
dependent: 

1) Section 03301, Cast-in-place Concrete 

2) Section 04230, Reinforced Masonry 

3) Section 07111, Elastomeric Waterproofing, 

Sheet Applied 

4) Section 07240, Exterior Insulation Finish System 

5) Section 07920, Sealants and Caulking 

6) Section 09310, Ceramic Tile 

7) Section 09650, Resilient Tile 

8) Section 09910, Painting of Buildings 
Scenarios Chops and E were then evaluated to establish 
weather protection requirements. 

It was first assumed that the target period for weather 
protection would be from the beginning of October through 
to the beginning of April, matching the winter shutdown 
period in the actual contract. From within that period, 
each scenario was reviewed to identify where in the sched- 


ule the first temperature dependent activity occurred. 
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Then, each scenario was reviewed to establish the end of 
the last temperature dependent activity within the protec- 
tion period. This period was then noted as the duration in 
which some sort of weather protection and supplemental 
heating would be required. 

After initial review of the three scenarios, it was 
decided that it would be assumed that one enclosure could 
be constructed to protect the construction area. It was 
therefore assumed that the enclosure would allow for ten 
feet of clear space around the building and for a fifteen 
foot clearance above the structures highest elevation. 

This then required an enclosure of 77 feet wide by 87 feet 
long by 52 feet high for a total of 348,348 cubic feet of 
enclosed and heated space. For the purpose of this report, 
it was assumed that the enclosure would be constructed of 
heavy duty steel tubular scaffolding along the perimeter 
covered with a reinforced, oil resistant, fire retardant, 
polyethylene tarpaulin. It was also assumed that both the 
scaffolding and the tarpaulin were rented. Due to the 
nature of the enclosure, it was also assumed that fourteen 
calendar days would be required to both set up and remove 
the enclosure. From current pricing data, it was estimated 
that both set up and removal would cost a total of $5,000 
each time and that rental would cost $6,020 per month. 

Taking set up, protection and removal periods into 
consideration, Table 3-2 (Page 23) indicates the time peri- 


ods for weather protection for the three scenarios. Calcu 
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TABLE 3-2. CRITICAL DATES FOR TEMPORARY 
SHELTERS FOR SCENARIOS C, D, & E 


Scenario 
Activity 
Description 


20 NOV 84 30 NOV 84 


14 NOV 84 


Start construction 
of shelter 


4 DEC 84 14 DEC 84 


Complete construc- 28 NOV 84 
tion of shelter, 
start heating 
Complete heating, 3 APR 85 Z APR 65 
start demolition 
of shelter 


17 APR 85 15 APR 85 


Complete demolition 29 MAR 85 


of shelter 
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lations for estimated fuel costs and heater rental also are 


to be included in the estimates for winter protection. 


These costs are summarized below. Assumptions and calcu- 


lations concerning these costs are found in Appendix F 


(Page 108). 
Based on these heating scenarios, 

Scenario C is affected as follows: 

Set up of shelter: 

Shelter rental: 

Shelter removal: 

Heater rental: 

Heater fuel: 

Total Cost for Protection: 


Potential Profit: 


Anticipated Profit after 
subtracting protection costs 


Based on these heating scenarios, 
Scenario D is affected as follows: 

Set up of shelter: 

Shelter rental: 

Shelter removal: 

Heater rental: 

Heater fuel: 

Total Cost for Protection: 
Potential Profit: 


Anticipated Profit after 
subtracting protection costs 


$5,000 
$21,177 
$5,000 
$5,113 
$12,060 


$48,350 
$68,202 


$19,852 


$5,000 
$23,750 
$5,000 
$5,728 
$14,236 


$53,714 
$62,878 


$9,164 


Based on these heating scenarios, potential 


Scenario E is affected as follows: 


Set up of shelter: 
Shelter rental: 
Shelter removal: 
Heater rental: 
Heater fuel: 
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$5,000 
$21,573 
$5,000 
$5,160 
$11,449 


potential profit for 


potential profit for 


profit for 


cod bre w8Poo tout betenloan 408. 
agiteuw et? a2 bate log’; 


LecitGvuurtuve ste 22065 


oo? 


‘eas snrcaueodes 


. (801 


‘sei Tata to oo Jee 
afined +05 jad@ 
‘oqdea tat Lene 

feiRay. raat 

dar? "s7 268 


s2 sock. geod fLazat 
ae F -'f3orQ@ Laid 
Pg 


19388 325et4 BSozags 
25 io gs oeTotwy err 


edliseacode yaid and @geens_ ce 
.etolfcot aa Hervalza: 02.8) 
1G.» De ‘abi Lode te. qua F 


coeke isenes ast iede 
wes Levenger yerfadi’; 


ov.G ielnme. ie, 
Bf&y,#i2 ‘lewt ve? 
,, fee soidJoatvet] «+o? sacd £ese? 


BVe, he +t 3p38 is 
31,88 tec36 ri arta be ; 


ataoo AOL opsogg MA =< 


tai taniog .Seivensyr |niteced evans ae 


' VOR: ae. a 


von, ée :39) 


is 
eva, te thes a s; 
GG , a9 ’ 
Cel, 


eee, PIP 


Total Cost for Protection: $48,182 
Potential Profit: $71,245 


Anticipated Profit after $23,063 
subtracting protection costs 


The impact of the winter protection costs on the over- 
all cumulative costs is graphically shown on the cost fore- 
casts in Figure 3-1. 

The following is a summary of all factors used to 
compare Scenario A, the actual project, to Scenarios C, D, 
and E. 

In terms of critical activities, Table C-1 (Page 55) 
identifies a total of twenty five activities deemed criti- 
cal. Review of Scenarios C, D, and E and the application 
of the productivity efficiencies to the 69 activities indi- 
cate that the activities originally deemed critical remain 
critical after the application of the efficiencies. This 
then serves to validate the method in which the efficien- 
cies were factored. 

In addition, the application of productivity efficien- 
cies had little impact on the available float. Overall, 
the efficiencies applied had little effect on the duration 
of the individual activities. Scenario C, with a mean 
efficiency of 0.94, only resulted in a seventeen (17) calen- 
dar day increase in the overall schedule. This would leave 
little time available to add to the float of all the 
non-critical activities. Even in the worst case, Scenario 


D where temperatures ten degrees below the mean were consid 
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ered, the mean efficiency stands at 0.88. This results in 
increases in float above 30% in only three of the 44 
non-critical activities. All remaining non-critical 
activities gain one or two days in float. 

In the case of overall project duration, there is a 
definite advantage to working during periods of adverse 
climatic conditions. Scenarios A, C, D, and E have overall 
project durations of 466, 306, 327, and 296 calendar days, 
respectively. The first advantage is that the contractor 
can reduce direct costs by eliminating a caretaker force 
during the winter shutdown period. Though, for the example 
project, this equates to only less than one percent of the 
direct costs, this could increase substantially for other 
projects depending on the severity of the weather and on 
the amount of the work in place that must be maintained. 

The primary advantage to a shorter project duration is 
the reduction in field overhead costs. As indicated previ- 
ously, the example project was estimated to incur field 
overhead costs of $117,384. Field overhead costs for Sce- 
narios C, D, and E, in comparison ranged from $74,284 to 
$82,651. This alone represents a 29-36 percent decrease in 
costs. For a fixed-price construction project, this sav- 
ings becomes potential profit. 

However, as indicated previously, working through 
adverse climatic conditions does come without additive 
costs. In Scenario A, the actual construction project, the 


contractor’s period of winter shutdown resulted in minimal 
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costs ($2,125) due to caretaker maintenance. In Scenarios 
C, D, and E, the cost for a temporary shelter and supple- 
mental heating would have cost the contractor an average of 
$50,082. This cost would then have an impact on the 
potential profit. 

In terms of the potential profit, Scenario A estimates 
a profit of $26,020, or 5.0% of the direct costs. In com- 
parison, Scenario C estimates an anticipated profit of 
$19,852 after deducting the cost of weather protection. 
This anticipated profit represents only 3.8% of the direct 
costs, a decrease from the actual 5%. Scenario D estimates 
an Mir acdpatedeprofit of $9,164, only 1.7% of the estimated 
direct costs. Lastly, Scenario E estimates an anticipated 
profit of $23,063, or 4.4% of the estimated direct costs. 
It should be noted, however, that for the purposes of esti- 
mating project costs, only those values generated by Scenar- 
io C would be considered. A review of the estimated temper- 
atures for the three scenarios indicates that the tempera- 
tures used in Scenarios D and E are well outside of the 
range of values generated for Scenario C. A cursory review 
of this data would indicate that there is little probabili- 
ty that the daily mean temperatures would continuously be 
outside of the range of the calculated mean value. If mean 
temperature values were to continuously remain outside of 
the expected range, the contractor would then have reason 
to claim unusual adverse conditions thereby setting the 


stage for damages. 
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In order to test the validity of the procedures, a 


sensitivity analysis was conducted by, 


first, varying the 


expected mean temperature during the winter protection 


period and evaluating the resulting anticipated profit, and 


secondly, 


by varying the length of the winter protection 


period and evaluating the resulting profit. In both cases, 


Scenario C, 


the mean temperature case was used. 


In the case of varying the expected mean temperature 


during the winter protection period, 


it was anticipated an 


increase in the mean temperature would reduce the require- 


ment for heating and therefore reduce winter protection 


costs and increase profit. 


Temperatures for the months 


November through March were increased incrementally using 


the average standard error for the months in question. The 


resulting winter protection costs, 


profit, and mean tempera- 


ture for the winter protection period were then calculat- 


ed. Results are shown below in Table 3-3. 


TABLE 3-3. 


AMOUNT OF 
INCREASE 


(cB) 


0.00 
1.64 
3.28 
4.92 
6.56 
9.84 
10.50 


EXPECTED 
PROTECTION 


COSTS 


$48,344 
$48,227 
$48,111 
$47,994 
$47,878 
$47,644 
$47,598 


EXPECTED 


PROFIT 


$19,858 
$19,974 
$20,091 
$20,207 
$20,324 
$20,557 
$20,604 
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EXPECTED WINTER PROTECTION COSTS AND PROFIT 
AS A FUNCTION OF MEAN DAILY TEMPERATURE. 


RESULTANT MEAN 
TEMPERATURE (°F) 


A 


T2300 WOlTSRTORY 
iT 


+ | 

7M 

| 
—— 


+o i Bek bw 9 en’? tend oo Ht a 


Letiw 
a «ign 


Os Tere 
4ULTE SW A. BA 


qatnesnt 
Ia’ Sea YD) Poa Tons 
ww ecrav> 
opt ana 
vee. oFe 


tb\er 
8 te 


ASG. #756 
V2 FE 
re, Of% 
Ves, 0 
Se, 


ci ) i nd Te e =) =f 7 zi ‘aan tlivild' 
uv Jj»niegq@e.: d¢aen bade 
- 10 vw,Jj@.',er8 Hime ee 
j : 7 eg 
¥ ‘ 7 8 
wee sc! 
: &”oO 
’ 7 
587 wren gts a 
> 4 1 { i eg 'e 
a} ? - et 
; 4 Ltsi —_ ee | £ ‘if 
~ 
a sng a2 OLY by ehaese 
4 aD ‘ e107%9 Pre it 
F 1490 6} nos soe?o% (Lv one 
fa! ai walt wote e410 arf 


7. 
k 


The significance of Table 3-3 above is that as hypothe- 
sized, an increase in the average mean temperature during 
the winter protection period will decrease the winter pro- 
eeetion costs and therefore increase the profit. However, 
of particular note is that once the average mean tempera- 
ture is above 40°F, there is no longer a requirement for 
winter protection. Therefore, winter protection costs 
would equal zero. However, once the mean temperature for 
the winter protection period goes below 40°F, the contrac- 
tor can plan on spending a minimum of $47,598. This cost 
would include set up, rental of both shelter and heaters, 
dismantling the shelter and minimal fuel costs. At no time 
is this analysis, does the expected profit match or exceed 
that of the actual case. Of major significance is that a 
major increase in average mean temperature will produce 
little in the way of savings. 

Of equal significance is the probability of the average 
mean temperature increase to a degree in which winter pro- 
tection costs can be disregarded. It should be pointed out 
that an increase in mean daily temperatures for the entire 
winter protection period are unrealistic just by the nature 
of the available temperature data. 

Sensitivity analysis was also conducted on the length 
of the winter protection period. In doing this analysis, 
it is anticipated that a decrease in the length of the 
winter protection period will also decrease the overall 


winter protection costs and increase expected profit. In 
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Scenario C, heating and a temporary shelter was provided 
from 28 November to 15 March, a total of 107 calendar 
days. Two additional data points were then calculated for 
winter protection periods ending 28 February and 31 March. 
Results of this analysis are found below in Table 3-4. 


TABLE 3-4. EXPECTED WINTER PROTECTION COSTS AND PROFIT AS 
A FUNCTION OF DURATION OF WINTER PROTECTION 


LENGTH OF 
WINTER EXPECTED 
PROTECTION PROTECTION EXPECTED 
(CD) COSTS PROFIT 
93 $43,381 $24,821 
107 $48,350 $19,852 
124 $54,383 $13,819 


As hypothesized, the shorter the winter protection 
period, the lower the winter protection costs. Of signifi- 
cance is that the decrease in the winter protection dura- 
tion brings about a greater degree in reduced costs than 
increased mean daily temperatures. However, as indicated 
in the previous sensitivity analysis, one reason for de- 
creasing the winter protection period may be the arrival of 
warmer Penther’. This would mean that the mean daily temper- 
atures would require to be above 40°F for a Seeicd of over 
30 days before anticipated increase in order to match the 
anticipated profit identified in Scenario A. Basing in- 
creased savings solely on anticipated temperatures decreas- 
ing the eapen of the winter protection period may be total- 


ly unreasonable and expose the contractor to undue risks. 
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Alternatively, the contractor may consider decreasing 
the winter protection period by compressing the activities 
that fall in that protection period. Two things must then 
be considered. The first is that if the contractor con- 
presses the activities planned to occur during the winter 
protection period, will the activities filling the avail- 
able float also require protection. Overall, this may 
result in completion of the entire schedule in a shorter 
time period but not reduce the required shelter time. What 
would be expected, however, is that the decrease in the 
overall schedule would result in a decrease in overhead 
expenses that occur over the entire project duration. The 
second consideration must be given to whether compression 
of the schedule will result in additive direct labor and 
material costs. These compression costs would then only 


serve to decrease anticipated profit. 
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CHAPTER IV 
CONCLUSION 

As can be seen in the previous discussions, there are 
distinct advantages in working during anticipated adverse 
conditions. However, there are numerous distinct disadvan- 
tages that have not been discussed. 

In estimating productivity during periods of adverse 
climatic conditions, one can only predict the outcome based 
on occurrences to date. In the previous discussions, it is 
assumed that a contractor would be able to work continuous- 
ly through periods of adverse climatic conditions based 
solely on temperature predictions. Realistically, however, 
one can expect that the contractor will experience occur- 
rences of work stoppages and delays in delivery of materi- 
als during this same time due to not only unusual tempera- 
tures but also due to oncoming weather systems (i.e., snow, 
ice, high winds). 

For the example project site, the primary difference 
between the actual project schedule (Scenario A) and the 
schedule based on mean temperature data (Scenario C) repre- 
sents an decrease in profit of $6,168, or a difference of 
1.19% of the actual direct or However, even this de- 


crease indicates that it probably will be economically 
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non-advantageous to conduct construction operations twelve 
months of the year for this specific project at this specif- 
ic site. 

Other factors must be considered in working during 
adverse conditions which would also reduce a contractor’s 
anticipated profit. For example, in the case of winter 
accident costs, it has been clearly shown that the frequen- 
cy as well as the severity of accidents is substantially 
higher in the winter, and therefore the additional cost of 
winter accidents must be considered in the overall cost 
considerations [8]. Additionally, one must concern themn- 
selves with ae loss of personnel during periods of adverse 
weather conditions. On one hand, if the contractor contin- 
ues work through periods of adverse weather, he or she must 
also anticipate loss of experienced personnel as a result 
of accidents or the employees desire to work under better 
conditions. On the other hand, if the contractor shuts 
down during long periods of adverse weather, he or she can 
also anticipate loss of personnel prior to start-up due to 
the desire to-remain employed during that period. 

The construction project is essentially an investment 
for the contractor from which a certain amount of return or 
profit is generated. Therefore, as a prudent investor, a 
contractor would tend to limit bids to low risk projects. 
In the case of adverse weather conditions, the probability 
for unforeseen conditions is high. Unless the contractor 


anticipates these unforeseen conditions and plans and docu- 
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ments accordingly, there is little chance for the contrac- 
tor to recover from damages [9]. 

In the case of the example project, only proper plan- 
ning and documentation during the construction project 
would result in a successful execution of the project. 

This prior planning would require estimations of weather 
conditions similar to what has been done in this report. 
Then the contractor would be required to document the actu- 
al occurrences and note the differences. Without this 
information, the contractor would have no basis to recover 
damages. 

Without proper planning and documentation, the contrac- 
tor is only subjecting himself to high risks if pursuing 
work during periods of adverse weather conditions. If this 
were determined to be the case with the actual execution of 
the example project, it is only logical that the contractor 
would choose to utilize a winter shutdown period. 

In conclusion, this report presents one procedure for 
estimating productivity based on temperature and humidity 
and traces the impact that these conditions have on schedul- 
ing and cost. In addition, this report provides some of 
the analysis required in making a Hectaton as to whether or 
not a contractor should work during periods of adverse 
climatic conditions. While these analyses may be prelimi- 
nary in nature, it is suggested that they may be sufficient 
enough to evaluate risks when initially bidding on pro- 


jects. With this in mind, if the alternative of working 
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through adverse weather conditions is selected, further 
refinement of these estimates, together with constant 
monitoring and adjustment, will be necessary to ensure 
successful execution of the project and attainment of one’s 


profit objectives. 
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APPENDIX A 
DESCRIPTION OF THE EXAMPLE PROJECT 

The Marine Corps Mountain Warfare Training Center 
(MWTC), Pickel Meadows, is located on a portion of the 
Toiyabe National Forest in a region defined by the Sierra 
Nevada Mountains’ to the west, the Sweetwater Mountains to 
the northeast, Mono Lake to the southeast, and Lake Tahoe 
to the north. It is in northwestern Mono County, Califor- 
nia, approximately 20 miles northwest of Bridgeport, the 
county seat, and 17 miles southwest of Walker. Both towns 
are located on the major north-south access through the 
region, Interstate 395. Between Walker and Bridgeport, 
California, Highway 108 intersects with Interstate 395, and 
the Center is four miles west along the east-west route to 
the Sonora Pass, one of the few passes through the moun- 
tains. 

The climate of the region varies considerably with 
elevation, which ranges from 4,400 feet to 12,512 feet 
above sea level. The yearly average temperature in the 
Bridgeport area is 25°F minimum and 61°F maximum, with the 
lowest temperature recorded approximately -31°F in January 
and the highest temperature recorded approximately 96°F in 
August. The Pickel Meadows base camp represents subalpine 


conditions with an average annual precipitation 
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of 20 to 40 inches occurring from midwinter through late 
spring. Snow can remain on the ground from December until 
May. 

The 45,635 acres of land that compromise the Center 
are rugged and and contain steep slopes ranging between 15 
to 50 percent. The topography generally slopes from west 
to east with the highest peaks forming the western boundary 
of the training area and the lowest elevations along State 
Highway 108 and the West Walker River. The base camp has a 
total of 420 acres and has an elevation of 6,760 feet over- 
looking the West Walker River floodplain. 

The Fire Station project was one of a nine-project, 
$20 million military construction program started in 1983. 
This program replaced all "temporary" structures construct- 
ed in 1952. Construction of the fire station commenced in 
September 1984 and was completed in December 1985 [10]. 

The project itself was to construct a two story build- 
ing of approximately 4,800 square feet for fire station 
type use. The facility included an apparatus room, a dormi- 
tory, a living/dining area, an alarm/reception area, and 
administrative areas. Foundations were constructed using 
spread footings and columns with concrete block foundation 
walls. Interior and exterior walls were mostly concrete 
block with gypsum board on metal studs being used in limit- 
ed areas. Interior supports were steel beams and purlins. 
The lower level floor consisted of a 6 inch concrete slab 


reinforced with wire mesh on a 4 inch base. The upper 
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level floor consisted of a 3-1/4 inch concrete slab rein- 
forced with wire mesh on a 3 inch steel deck. Roofing 
consisted of a standing seam metal roof on a structural 
steel deck. Doors consisted of hollow metal and wood in 
hollow metal frames. Windows consisted of steel frames with 
tinted insulated glass. Interior finishes consisted of a 
combination of exposed concrete floors, painted walls, 
exposed ceilings, vinyl asbestos tile floor coverings, and 
acoustical tile ceilings. The mechanical system eonadieted 
of a forced area heating system and the building was fully 
fire sprinkled. 

As seen in Table A-1 (Page 40), List of Activities, 
the contractor utilized a total of 69 activities. Table 
A-2 (Page 41), Example Project CPM Network Based on Contrac- 
tor’s Actual Schedule (Listed by Activity Number, Ascending 
Order), indicates that the actual contract was performed 
over a period of 463 calendar days. Of particular note in 
this network is Activity 4, Winter Shutdown, where the 
contractor terminated all construction operations (other 
than caretaker maintenance) for a period of 177 calendar 
days. Of additional note are the temperatures that could 
have been expected. As indicated in Appendix E (Page 67), 
mean minimum monthly temperatures for this period ranged 
from 8-21 °F. Mean maximum monthly temperatures ranged 
from 42-66 °F. Mean mean monthly temperatures ranged from 


25-43 °F. 
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Based on the contractor’s Schedule of Prices, pricing 
data obtained from Defense Contract Audit Agency (DCAA) 
audits,and a base bid of $721,055, direct costs (labor and 
material) equalled $520,406, field overhead costs totaled 
$117,384, home office overhead costs totaled $57,245, and 
leaving $26,020 attributable to profit. It is noted that 
as determined by the DCAA audits, home office overhead was 
estimated based on an estimated eleven percent of direct 
costs. Therefore, in the analyses done in this report, it 
is assumed that direct costs remain constant throughout the 
comparisons. Only the duration over which the expenditures 
are incurred change. Therefore, all costs comparisons are 
performed with no consideration given to home overhead 


costs only for the purpose of simplifying the comparisons. 
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APPENDIX B 


USE OF LOTUS 1-2-3 FOR 
CPM NETWORK CALCULATIONS 


As indicated previously in Chapter III, the contrac- 
tor’s actual schedule was duplicated on a Lotus 1-2-3 
spreadsheet in order that impact on activity duration and 
slippage of activities could be evaluated instantaneously. 

The spreadsheet critical path network utilizes basic 
formulas found in any network analysis.[11] These basic 


formulas are as follows: 


Early Start = ES = the earliest time that an activity 
can start 


Early Finish = EF = ES + Duration = ES + D 


Late Finish = LF = the latest time that an activity 
can finish 

Late Start = LS = LF - D 

Float = LS - ES 


In addition, basic calculations indicate that when 
Float = 0, then the activity is considered critical. 
Information on the spreadsheet used for the CPM 
network occupied the following ranges of columns and rows: 
1) Duration for Activities 1-36 - Columns C, Rows 6-41 
2) Duration for Activities 37-69 - Columns C, 


Rows 48-83 
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3) Early Start Dates for Activities 1-36 - Columns G, 
Rows 6-41 
4) Early Start Dates for Activities 37-69 - Columns G, 
Rows 48-83 
5) Late Start Dates for Activities 1-36 - Column H, 
Rows 6-41 
6) Late Start Dates for Activities 37-69 - Column H, 
Rows 48-83 
7) Early Finish Dates for Activities 1-36 - Column I, 
Rows 6-41 
8) Early Finish Dates for Activities 37-69 - Column I, 
Rows 48-83 
9) Late Finish Dates for Activities 1-36 - Column J, 
Rows 6-41 
10) Late Finish Dates for Activities 37-69 - Column J, 
Rows 48-83 
11) Float for Activities 1-36 - Column K, Rows 6-41 
12) Float for Activities 37-69 - Column K, Rows 48-83 
13) Critical Activity Flag for Activities 1-36 - 
Column L, Rows 6-41 
14) Critical Activity Flag for Activities 37-69 - 
Column L, Rows 48-83 
Therefore, combining basic network calculations and 
the column/row notation used in Lotus 1-2-3, network 
calculations for the example project as they would be found 


on the spreadsheet are as follows: 
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Act 
No. 


OOMNAIMDN PWN He 


Early 
Start 
Cell 


Descrptn 


Early Start 
Formula/Value 
Used in Cell 


@DATE(84,9,4) 
+16 

+17 

+18 

+19 

+110 

+110 
@MAX(I11,112) 
@MAX(I11,112) 
+112 

+112 

+115 

+115 
@MAX(I13,114, 

116,117) 


~ @MAX(113,114, 


116,117) 
@MAX (118,119,120) 
@MAX(1I18,119,120) 
@MAX (118,119,120) 
+122 
+121 
+121 
+121 
@MAX (123,124,125) 
@MAX (123,124,125) 
@MAX (123,124,125) 
@MAX (126,128) 
+130 
@MAX (131,132) 
+133 
+133 
@MAX(1I27,129, 

I34,135) 
@MAX(1I27,129, 
£34,135) 

+136 
+136 
+136 
+136 
+136 
+136 
+136 
+136 
+136 
@MAX (137,138) 
@MAX (137,138) 
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1) Early Start/Early Finish Cell Formula 


Early 
Finish 
Cell 
Descrptn 


Early Finish 
Formula/Value 
Used in Cell 


+G6+E6 

+G7+E7 

+G8+E8 

+G9+E9 

+G10+E10 
+G11+E11 
+G12+E12 
+G13+E13 
+G14+E14 
+G15+E15 
+G16+E16 
+G17+E17 
+G18+E18 
+G19+E19 


+G20+E20 


+G21+E21 
+G22+E22 
+G23+E23 
+G24+E24 
+G25+E25 
+G26+E26 
+G27+E27 
+G28+E28 
+G29+E29 
+G30+E30 
+G31+E31 
+G32+E32 
+G33+E33 
+G34+E34 
+G35+E35 
+G36+E36 


+G37+E37 


+G38+E38 
+G39+E39 
+G40+E40 
+G41+E41 
+G48+E48 
+G49+E49 
+G50+E50 
+G51+E51 
+G52+E52 
+G53+E53 
+G54+E54 
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Act 


No. 


OBONDUPwWNHe 


Early 
Start 
Cell 


Descrptn 


G55 
G56 
G57 
G58 
G59 
G60 
G61 
G62 
G63 
G64 
G65 
G66 
G67 


G68 
G69 
G70 


G71 
G72 
G73 
G74 
G75 
G76 
G77 
G78 
G79 


G83 


Late 
Start 
Cell 


Descrptn 


Early Start Finish 
Formula/Value Cell 
Used in Cell Descrptn 
+139 155 
+139 156 
+139 ES7 
@MAX ( (155,156,157) 158 
+154 I59 
+159 I60 
+153 I61 
+153 162 
+153 163 
+153 I64 
+161 I65 
+I61 I66 
@MAX (140,141,148 I67 
149,165) 
@MAX((140...149, 168 
165) 
@MAX((140...149, I69 
I65) 
@MAX((1I40...149, I70 
I65) 
@MAX (163,166,167) EV1 
@MAX (163,166,167) 172 
@MAX (163,166,167) 173 
@MAX(1I63,166,167) I74 
@MAX (163,166,167) v5 
@MAX (163,166,167) I76 
@MAX (163,166,167) ETT 
@MAX (163,166,167) I78 


@MAX(1I50..152,158, BES 


E60; f62..164, 
I68..178) 
+179 


Late Start 
Formula/Value 
Used in Cell 


+J6-E6 
+J7-E7 
+J8-E8 
+J9-E9 
+J10-E10 
+J11-E11 
+J12-E12 
+J13-E13 
+J14-E14 
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183 


2) Late Start/Late Finish Cell Formula 


Late 
Finish 
Cell 
Descrptn 


Early Finish 
Formula/Value 
Used in Cell 


+G55+E55 
+G56+E56 
+G57+E57 
+G58+E58 
+G59+E59 
+G60+E60 
+G61+E61 
+G62+E62 
+G63+E63 
+G64+E64 
+G65+E65 
+G66+E66 
+G67+E67 


+G68+E68 
+G69+E69 
+G70+E70 


+G71+E71 
+G72+E72 
+G73+E73 
+G74+E74 
+G75+E75 
+G76+E76 
+G77+E77 
+G78+E78 
+G79+E79 


+G83+E83 


Late Finish 
Formula/Value 
Used in Cell 


+H7 

+H8 

+H9 
@MIN(H10..H11) 
+H12 
@MIN(H13..H14) 
@MIN(H13..H16) 
@MIN(H19..H20) 
@MIN(H19..H20) 
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Late 
Start 
Cell 


Descrptn 


H15 
H16 
H17 
H18 
H19 
H20 
H21 


Late Start 


Formula/Value 
Used in Cell 


+J15-E15 
+J16-E16 
+J17-E17 
+J18-E18 
+J19-E19 
+J20-E20 
+J21-E21 
+J22-E22 
+J23-E23 
+J24-E24 
+J25-E25 
+J26-E26 
+J27-E27 
+J28-E28 
+J29-E29 
+J30-E30 
+J31-E31 
+J32-E32 
+J33-E33 
+J34-E34 
+J35-E35 
+J36-E36 


+J37-E37 
+J38-E38 
+J39-E39 
+J40-E40 
+J41-E41 
+J48-E48 
+J49-E49 
+J50-E50 
+J51-E51 
+J52-E52 
+J53-E53 
+J54-E54 
+J55-E55 
+J56-E56 
+J57-E57 
+J58-E58 
+J59-E59 
+J60-E60 
+J61-E61 
+J62-E62 
+J63-E63 
+J64-E64 
+J65-E65 
+J66-E66 
+J67-E67 
+J68-E68 


48 


Late 
Finish 
Cell 
Descrptn 


Late Finish 
Formula/Value 
Used in Cell 


@MIN(H17..H18) 
@MIN(H19..H20) 
@MIN(H19..H20) 
@MIN(H21..H23) 
@MIN(H21..H23) 
@MIN(H21..H23) 
@MIN(H25..H27) 
+H24 
@MIN(H28..H30) 
@MIN(H28..H30) 
@MIN(H28..H30) 
+H31 
@MIN(H36..H37) 
+H31 
@MIN(H36..H37) 
+H32 
+H33 
+H33 
@MIN(H34..H35) 
@MIN(H36..H37) 
@MIN(H36..H37) 
@MIN(H38..H41, 
H48..H52) 
@MIN(H53..H54) 
@MIN(H53..H54) 
@MIN(H55..H57) 
@MIN(H67..H70) 
@MIN(H67..H70) 
@MIN(H67..H70) 
@MIN(H67..H70) 
+H79 
+H79 
+H79 
@MIN(H61..H64) 
+H59 
+H58 
+H58 
+H58 
+H79 
+H60 
+H79 
@MIN(H65..H66) 
+H79 
+H79 
+H79 
@MIN(H67..H70) 
@MIN(H71..H78) 
@MIN(H71..H78) 
+H79 
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Act 


No. 


OONOO PON - 


Late 
Start 
Cell 


Descrptn 


H69 
H70 
H71 
H72 
H73 
H74 
H75 
H76 
H77 
H78 
H79 
H83 


Float 
Cell 


Descrptn 


3)Float Cell Formula 


Late 


49 


Late Start Finish 
Formula/Value Cell 
Used in Cell Descrptn 
+J69-E69 J69 
+J70-E70 J70 
+J71-E71 J71 
+J72-E72 J72 
+J73-E73 J73 
+J74-E74 J74 
+J75-E75 J75 
+J76-E76 J76 
+J77-E77 J77 
+J78-E78 J78 
+J79-E79 J79 
+J83-E83 J83 
Float 
Formula 

Used in Cell 
@IF(H6-G6=0," ",H6-G6) 
@IF(H7-G6=0," ",H6-G6) 
@IF(H8-G6=0," ",H6-G6) 
@IF(H9-G6=0," ",H6-G6) 
@IF(H10-G10=0," ",H10-G10) 
@IF(H11-G11=0," ",H11-G11) 
@IF(H12-G12=0," ",H12-G12) 
@IF(H13-G13=0," ",H13-G13) 
@IF(H14-G14=0," ",H14-G14) 
@IF(H15-G15=0," ",H15-G15) 
@IF(H16-Gi6=0," ",H16-G16) 
@IF(H17-G17=0," ",H17-G17) 
@IF(H18-Gi8=0," ",H18-G18) 
@IF(H19-G19=0," ",H19-G19) 
@IF(H20-G20=0," ",H20-G20) 
@IF(H21-G21=0," ",H21-G21) 
@IF(H22-G22=0," ",H22-G22) 
@IF(H23-G23=0," ",H23-G23) 
@IF(H24-G24=0," ",H24-G24) 
@IF(H25-G25=0," ",H25-G25) 
@IF(H26-G26=0," ",H26-G26) 
@IF(H27-G27=0," ",H27-G27) 
@IF(H28-G28=0," ",H28-G28) 
@IF(H29-G29=0," ",H29-G29) 
@IF(H30-G30=0," ",H30-G30) 
@IF(H31-G31=0," ",H31-G31) 
@IF(H32-G32=0," ",H32-G32) 
@IF(H33-G33=0," ",H33-G33) 
@IF(H34-G34=0," ",H34-G34) 
@IF(H35-G35=0," ",H35-G35) 


Late Finish 
Formula/Value 
Used in Cell 


+H79 
+H79 
+H79 
+H79 
+H79 
+H79 
+H79 
+H79 
+H79 
+H79 
+H83 
+183 
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Float 
Cell 


Descrptn 


K36 
K37 
K38 


K79 
K83 


Float 
Formula 
Used in Cell 


@IF(H36-G36=0," 
@IF(H37-G37=0,”" 
@IF(H38-G38=0," 
@IF(H39-G39=0," 
@IF(H40-G40=0," 
@IF(H41-G41=0," 
@IF(H48-G48=0," 
@IF(H49-G49=0,”" 
@IF(H50-G50=0," 
@IF(H51-G51=0,”" 
@IF(H52-G52=0," 
@IF(H53-G53=0," 
@IF(H54-G54=0," 
@IF(H55-G55=0," 
@IF(H56-G56=0," 
@IF(H57-G57=0," 
@IF(H58-G58=0," 
@IF(H59-G59=0," 
@IF(H60-G60=0," 
@IF(H61-G61=0," 
@IF(H62-G62=0," 
@IF(H63-G63=0," 
@IF(H64-G64=0," 
@IF(H65-G65=0," 
@IF(H66-G66=0," 
@IF(H67-G67=0," 
@IF(H68-G68=0," 
@IF(H69-G69=0," 
@IF(H70-G70=0," 
@IF(H71-G71=0," 
@IF(H72-G72=0," 
@IF(H73-G73=0," 
@IF(H74-G74=0," 
@IF(H75-G75=0," 
@IF(H76-G76=0," 
@IF(H77-G77=0," 
@IF(H78-G78=0," 
@IF(H79-G79=0," 
@IF(H83-G83=0," 


4) Critical Activity Flag Cell 


Crit Flg 
Cell 
Descrptn 


",H36-G36 ) 
",H37-G37 ) 
",H38-G38) 
",H39-G39 ) 
",H40-G40) 
",H41-G41) 
",H48-G48) 
",H49-G49) 
",H50-G50 ) 
",H51-G51) 
",H52-G52) 
",H53-G53) 
",H54-G54) 
",H55-G55 ) 
",H56-G56 ) 
",H57-G57 ) 
",H58-G58) 
",H59-G59 ) 
",H60-G60) 
",H61-G61) 
",H62-G62) 
",H63-G63) 
",H64-G64) 
",H65-G65 ) 
",H66-G66 ) 
",H67-G67 ) 
",H68-G68) 
",H69-G69 ) 
",H70-G70) 
",H71-G71) 
",H72-G72) 
",H73-G73) 
",H74-G74) 
",H75-G75) 
",H76-G76 ) 
",H77-G77) 
",H78-G78) 
",H79-G79) 
",H83-G83) 


Formula 


Critical Activity Flag 
Formula 
Used in Cell 


@IF(H6-G6=0," - 


@IF(H7-G6=0," - 


@IF(H8-G6=-0," 


@IF(H9-G6=-0," - 
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Crit ele 
Cell 


Descrptn 


L10 
L11 
L12 
L13 
L14 
L15 
L16 
L17 
L18 


Critical Activity Flag 


Formula 
Used in Cell 


@IF(H10-G10=0," 
@IF(H11-G11=0," 
@IF(H12-G12=0," 
@IF(H13-G13=0," 
@IF(H14-G14=0," 
@IF(H15-G15=0," 
@IF(H16-G16=0," 
@IF(H17-G17=0," 
@IF(H18-G18=0," 
@IF(H19-G19=0," 
@IF(H20-G20=0," 
@IF(H21-G21=0,”" 
@IF(H22-G22=0," 
@IF(H23-G23=0," 
@IF(H24-G24=0," 
@IF(H25-G25=0," 
@IF(H26-G26=0," 
@IF(H27-G27=0," 
@IF(H28-G28=0," 
@IF(H29-G29=0," 
@IF(H30-G30=0," 
@IF(H31-G31=0," 
@IF(H32-G32=0," 
@IF(H33-G33=0," 
@IF(H34-G34=0," 
@IF(H35-G35=0," 
@IF(H36-G36=0," 
@IF(H37-G37=0," 
@IF(H38-G38=0," 
@IF(H39-G39=0," 
@IF(H40-G40=0," 
@IF(H41-G41=0," 
@IF(H48-G48=0," 
@IF(H49-G49=0," 
@IF(H50-G50=0," 
@IF(H51-G51=0," 
@IF(H52-G52=0," 
@IF(H53-G53=0," 
@IF(H54-G54=0," 
@IF(H55-G55=0," 
@IF(H56-G56=0," 
@IF(H57-G57=0," 
@IF(H58-G58=0," 
@IF(H59-G59=0," 
@IF(H60-G60=0," 
@IF(H61-G61=0," 
@IF(H62-G62=0,”" 
@IF(H63-G63=0," 
@IF(H64-G64=0," 
@IF(H65-G65=0," 
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Crt Flg 
Cell 


Descrptn 


L66 
L67 
L68 
L69 
L70 
L7 1 
L72 
L73 
L74 
L75 
L76 
L77 
L78 
L79 
L83 


Critical Activity Flag 


Formula 
Used in Cell 


@IF(H66-G66=0," 
@IF(H67-G67=0," 
@IF(H68-G68=0," 
@IF(H69-G69=0," 
@IF(H70-G70=0," 
@IF(H71-G71=0," 
@IF(H72-G72=0," 
@IF(H73-G73=0," 
@IF(H74-G74=0," 
@IF(H75-G75=0,”" 
@IF(H76-G76=0," 
@IF(H77-G77=0," 
@IF(H78-G78=0," 
@IF(H79-G79=0," 
@IF(H83-G83=0," 
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APPENDIX C 
DEVELOPMENT OF SCENARIOS C, D, & E 

As indicated in Appendix B (Page 44), the contractor’s 
actual schedule was simulated on a Lotus 1-2-3 spreadsheet 
in order that different scenarios involving activity dura- 
tion changes could be instantaneously monitored during the 
process. For the sake of continuity within this eo eudaee 
Table C-1 shows the contractors actual schedule in the 
Lotus format. 

With the basic (actual) schedule in place, it was then 
decided to develop the ideal case. This case, Scenario B, 
assumed that all durations indicated on the actual schedule 
were at an ideal productivity efficiency of 100 per cent. 
In addition, it was assumed that winter shutdown would be 
of no consequence in the ideal case resulting in the respec- 
tive activity duration to be reduced to zero. As indicated 
in Chapter 3, total project time is reduced to 289 calendar 
days. The CPM network for Scenario B follows as Table C-2 
(Page 57). 

With an ideal schedule assumed to be independent of 
temperature influences, it was then decided to create an 
expected mean, worst, and best case scenario to identify 
trends and impact. Scenario C, based on mean climatic 


conditions, was created by using the calculated productiv- 
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ity efficiencies indicated in Table 2-3 (Page 14) to modify 
the ideal case in Scenario B. This resulted in a total 
project duration of 306 calendar days. The CPM network for 
Scenario C follows as Table C-3 (Page 59). 

As seen in Table C-4 (Page 61), Scenario D, based on 
temperatures ten (10) degrees below the calculated monthly 
mean temperatures, total project duration was calculated as 
327 calendar days. 

Lastly, as seen in Table C-5 (Page 63), Scenario E, 
based on temperatures ten (10) degrees above the calculated 
monthly mean temperatures, total project duration was calcu- 


lated as 296 calendar days. 
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APPENDIX D 
METHOD FOR DERIVING PRODUCTIVITY AS A FUNCTION OF 
TEMPERATURE AND RELATIVE HUMIDITY 

For the purpose of this report, efficiencies in produc- 
tivity were solely based on the non-linear equations de- 
rived by E. Koehn and G. Brown [12]. In deriving these 
productivity efficiencies, the authors employed historical 
data for various activities and crafts encompassing a total 
of 172 data points. From this data, two nonlinear relation- 
ships, shown below as Eqs. 1 and 2, were derived relating 
productivity with temperature and relative humidity - one 
for cold or cool weather, and another for warm or hot weath- 
er. Eq. 1 is applicable from -20°F to 50°F and Eq. 2 from 


70°F to 120°F. 


Pe = 0.0144T - 0.00313H - 0.000107T2 - 0.000029H2 

- 0.0000357TH PROVOST eerie cc ccc cc ewes escvesees(l) 
Pw = 0.0517T + 0.0173H - 0.00032T?2 - 0.0000985H2 

= O.Q00009LITH — Lid5Q. cece wrccvencccsccvecevssscese (a) 
where 

Pe = productivity factor for cool or cold weather; 

Py = productivity factor for warm or hot weather; 

é = temperature in degrees Fahrenheit; 
and H = relative humidity as a percent. 


65 


—— —_— < : 
(telsy bovéreb sg0e V2 bee — .epe Nia wekeme 


:todteew Shes: sé — 


inedsesy 46H to & 


0 y+) ORRTSA 
A. PTIVIToOUGeRAS rece A097 
fH SVTTAIRSA GMAL 


ite ,daodes erage Bo sone a 
ttsauee seentlenen’ 6As ue beaad yietoe. 
rer) nwoTa 2 bea naeion 4d 

eco lowe evortins ont es tensaeeaae 
a aqaiooas @Sivas bos est’ by been) Bee 


’ - 
° »>* 
snifgon oe ab eide mod -23aiom 


(bhimud evizela@ bee sty dassqis Me ie 
tod 40 araw it vodsona bus, tadvaewe 


o © 7 


> .p bue 7°08 oF 4° 08- mots sidepl ings az: 


HESO00d,0 - TORO .0'~ aRIeOhe 24 
rire Akers tesa) i sa 
tHdSG0000.0.~ Nreiate al 
Lox ities. sia poate Alarm 


5 PA _ ay 


i 
‘ 


In order to represent the productivity as a percent of 
standard efficient operations, Eqs. 1 and 2 were then nor- 
malized as a function of their respective maximum values. 
Also, to obtain a smooth transition between the two curves, 
productivity at 60°F and 70°F was arbitrarily taken as 
unity. Applying the aforementioned expressions, the au- 
thors developed Table 2-1 which illustrates the resulting 
relationships between productivity and temperature for 
various relative humidities. These relationships are graph- 
ically illustrated by way of Figure 2-1 found in the text. 

For the example project, each month was individually 
calculated to derive the productivity efficiency for the 
specific month and site. Again, calculations were made 
using a Lotus 1-2-3 spreadsheet. 

For each month, values of Pc were calculated for 
each temperature between absolute minimum temperature and 
50°F. These values were then normalized by dividing each 
efficiency value by the maximum value in the series. The 
appropriate efficiency value was then selected based on the 
calculated mean monthly temperature. 

Procedures for calculating values of Pw are the same 
with the exception that values were calculated for each 
temperature between 70°F and the absolute maximum maximum 


temperature. 
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APPENDIX E 


CALCULATION OF AVERAGE MONTHLY TEMPERATURES 
USING THE SIMPLE AVERAGE METHOD 


For the purpose of this report, the Simple Average 
Method was used to estimate average monthly temperatures 
based on the available data over a twenty year period. 
Procedures used were as follows: 

1) Calculate the mean (using the arithmetic mean) 
daily mean temperature for each day of the month in ques- 
tion. 

2) Assuming a straight line trend, calculate the lin- 
ear trend occurring for each month. The least squares line 
for a given series is obtained by using a set of normal 
equations. These equations are derived mathematically [13] 
but for working purposes they may be obtained by 
multiplying the type equation through by the coefficients 
of each unknown (a and b). In this case, the type 


equation, which is for a straight line, is 


Y=a + bx 
where 
a = the Y-intercept 
b = slope of the given line 
X = X coordinate 
Y = corresponding Y coordinate 
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The coefficient of the first unknown (a) is 1. Therefore, 
multiplying the type equation through by 1 we have 
Yz=a + bx 
The formula must be summed up for all points. 
The summation results in 
Z(Y) = ta + bzE(X) 
But, the sum of a equals the number of items times the 


constant 


Therefore 
(Ty 2ty) <=" Na. +#° D5 (X} 

The coefficient of the second unknown (b) is X. 

Multiplying the type equation through by X we obtain 
XY = aX + bx? 
This sums up to 
City” -ZCxY) = ab(x) + bs(x*) 

By the use of these two equations the values of the two 
unknowns can be determined and the trend fitted. 

As an example of the above equations, information for 
the Table E-4 (Page 74) will be used to demonstrate trend 


calculations. From Table E-4, the following information is 


obtained: 
Ba°'*= "206 
xrY = 814.4 
ExY="12013-75 
DX? = 7714 
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Combining with equations I and II above the following is 
obtained: 
(I) 814.40 = 29a + 406b 


(II) 12013.75 = 406a + 7714b 


(II) 12013.73 = 406a + 7714b 

(III) 11402.38 = 406a + 5684b (I x 14) 

(IV) 611.35 = 2030b Chiesa 1 LT) 
b = 0.30116 

3) Adjust the mean daily mean temperatures for 
trend. Each of the averages just computed would then be 
distorted by the secular trend of the data. If the trend 
is upward, the adjusted mean daily mean temperature at the 
end of the month would be higher than it should be in 
relation to the rest of the days since it occurs later 
along the trend line. 

The increase per month due to trend was determined by 
fitting a least squares line to the monthly figures and 
dividing the b value (slope) by the number of days in the 
month. The resulting value represented the amount each 
daily average is distorted by the trend as compared to the 
previous day. This trend adjustment was completed for each 
month resulting in the listing of average temperatures for 
the month as seen at the end of this section. 

4) With these monthly values established, it was then 
decided that the temperatures would also require adjustment 


as the monthly average would also be distorted by the trend 
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as compared to the previous month. Therefore Steps 1 and 2 
were repeated using the monthly values. The results of 
these calculations follows. 

With a line of regression used to estimate a theoreti- 
cal value of Y for a given value of X, if the relationship 
is not perfect the actual values will not usually coincide 
with the theoretical values because of scatter. If the 
scatter is definitely measured the variation may then be 
allowed for. For this purpose the standard error of esti- 
mate was used to measure the variation or scatter about the 
line of regression. This standard error of estimate is 
used similarly to the standard deviation. 

Tables E-1 through E-37 utilize the above noted pro- 
cedures and provide data for the months of sanGate throuh 
December. This data provides the basis for the productiv- 


ity efficiency estimates listed in Table 2-3 (Page 14). 
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TABLE E-1. JANUARY TEMPERATURE STATISTICS 


CORRECTD 
TREND DAILY 

xX ¥ X*Y X2 Y’ CORRECTN MEAN 
0 18 0.00 0 23 0.0000 18 
1 19 18.63 1 23 -0.0044 13 
2 21 41.60 4 23 -0.0088 21 
3 21 62.55 9 23. -0.0132 21 
4 23 92.20 16 24 -0.0176 23 
5 22 110.13 25 24 -0.0220 22 
6 23 137.55 36 24 -0.0264 23 
7 25 177.10 49 24 -0.0308 25 
8 26 204.00 64 24 -0.0352 25 
9 24 217.35 81 24 -0.0396 24 
10 26 257.75 100 24 -0.0440 26 
11 28 303.05 121 24 -0.0484 28 
im “al 328.50 144 25 -0.0528 27 
13 28 363.03 169 25 -0.0572 28 
14 28 394.45 196 25 -0.0616 28 
15 29 439.13 225 25 -0.0660 29 
16 27 433.20 256 25 -0.0704 27 
aT 28 471.75 289 25 -0.0748 28 
18 28 508.95 324 25 -0.0792 28 
19 27 514.43 361 26 -0.0836 27 
20 28 558.50 400 26 -0.0880 28 
21 26 549.68 441 26 -0.0924 26 
22 25 548.35 484 26 -0.0968 25 
23 26 604.33 529 26 -0.1012 26 
24 26 620.40 576 26 -0.1056 26 
25 28 704.90 625 26 -0.1100 28 
26 26 670.15 676 27 -0.1144 26 
27 24 645.30 729 27 -0.1188 24 
28 24 661.50 784 27 -0.1232 24 
29 23 664.83 841 27 -0.1276 23 
30° #22 666.00 900 27 -0.1320 22 

465 775.4 11969.25 9455 
TRENDLINE SLOPE (b) = 0.1363 
MON AVG TEMP: 25.02 MON AVG TEMP: 24.95 
(CORRECTED ) 

STANDARD ERROR: 2.59 


ABSOLUTE MIN MIN TEMPERATURE: 
MEAN MIN TEMPERATURE: 


MEAN MAX TEMPERATURE: 
ABSOLUTE MAX MAX TEMPERATURE: 
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TABLE E-4. 
x Y X*Y X2 
0 23 0.00 0 
1 22 21.98 1 
2 24 47.20 4 
3 26 78.00 9 
4 27 106.70 16 
5 27 134.63 25 
6 24 146.55 36 
7 27 186.20 49 
8 28 227.00 64 
9 27 246.60 81 
10 25 250.25 100 
11 29 315.98 121 
12 28 339.30 144 
13 28 364.00 169 
14 30 413.74 196 
15 27 412.13 225 
16 27 430.40 256 
17 29 500.65 289 
18 32 568.35 324 
iS) 28 522.98 361 
20 27 539.00 400 
21 30 620.55 441 
22 30 649.00 484 
23 31 702.08 529 
24 30 730.80 576 
25 31 767.50 625 
26 32 821.60 676 
27 33 885.00 7129 
28 35 985.60 784 
406 814.4 12013.73 7714 
TRENDLINE SLOPE (b) = 0.3011 


MON AVG TEMP: 28.08 


ABSOLUTE MIN MIN TEMPERATURE: 
MEAN MIN TEMPERATURE: 


MEAN MAX TEMPERATURE: 
ABSOLUTE MAX MAX TEMPERATURE: 
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FEBRUARY TEMPERATURE STATISTICS 


TREND 


CORRECTN 


0.0000 
-0.0104 
-0.0208 
-0.0312 
-0.0415 
-0.0519 
-0.0623 
-0.0727 
-0.0831 
-0.0935 
-0.1038 
-0.1142 
-0.1246 
-0.1350 
-0.1454 
-0.1558 
-0.1662 
-0.1765 
-0.1869 
-0.1973 
-0.2077 
-0.2181 
-0.2285 
-0.2389 
-0.2492 
-0.2596 
-0.2700 
-0.2804 
-0.2908 


MON AVG TEMP: 
(CORRECTED ) 


STANDARD ERROR: 


CORRECTD 
DAILY 
MEAN 
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TABLE E-7. 


MARCH TEMPERATURE STATISTICS 


TREND 


CORRECTN 


CORRECTED 
DAILY 
MEAN 


xX ¥ X*Y X2 
0 32 0.00 0 
1 29 29.18 1 
2 29 57.47 4 
3 29 86.61 9 
4 30 121.47 16 
5 32 161.84 25 
6 33 200.53 36 
7 33 231.55 49 
8 33 266.95 64 
9 34 306.95 81 
10 33 328.68 100 
it 34 375.16 121 
12 34 408.63 144 
13 32 413.26 169 
14 32 445.05 196 
15 35 519.47 225 
16 34 548.21 256 
17 35 594.55 289 
18 34 608.21 324 
19 34 649.50 361 
20 36 727.37 400 
21 35 741.63 441 
22 36 798.72 484 
23 34 782.61 529 
24 34 816.67 576 
25 33 812.50 625 
26 35 904.53 676 
27 33 898.82 729 
28 34 950.53 784 
29 © 36 1047.82 841 
30 35 1049.17 900 
465 1033. 15883.63 9455 
TRENDLINE SLOPE (b): 


MON AVG TEMP: 33.35 


ABSOLUTE MIN MIN TEMPERATURE: 
MEAN MIN TEMPERATURE: 


MEAN MAX TEMPERATURE: 
ABSOLUTE MAX MAX TEMPERATURE: 
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0.1510 


-0.1462 


MON AVG TEMP: 
(CORRECTED ) 
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TABLE E-10. 


435 


750.00 
830.03 
892.10 
931.50 
928.20 
973.75 
999.70 
1090.13 
1155.70 
1207.85 


1156 17039.85 


TRENDLINE SLOPE (b): 


MON AVG TEMP: 


ABSOLUTE MIN MIN TEMPERATURE: 


38.53 


MEAN MIN TEMPERATURE: 


MEAN MAX TEMPERATURE: 


ABSOLUTE MAX MAX TEMPERATURE: 


80 


0.1240 


APRIL TEMPERATURE STATISTICS 


TREND 


CORRECTN 


-0.0124 
-0.0165 
-0.0207 
-0.0248 
-0.0290 
-0.0331 
-0.0372 
-0.0414 
-0.0455 
-0.0496 
-0.0538 
-0.0579 
-0.0620 
-0.0662 
-0.0703 
-0.0744 
-0.0786 
-0.0827 
-0.0869 
-0.0910 
-0.0951 
-0.0993 
-0.1034 
-0.1075 
-0.1117 
-0.1158 
-0.1199 


MON AVG TEMP: 
(CORRECTED ) 


STANDARD ERROR: 
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TABLE E-13. MAY TEMPERATURE STATISTICS 


CORRECTD 

TREND DAILY 

xX ¥ X*Y X2 Y’ CORRECTN MEAN 

0 44 0.00 0 43 0.0000 44 

ib 45 45.05 1 43 -0.0100 45 

2 45 89.70 4 44 -0.0200 45 

3 a4 131.55 9 44 -0.0300 44 

4 44 175.47 16 44 -0.0401 44 

5 43 217.25 25 44 -0.0501 43 

6 43 257.05 36 45 -0.0601 43 

7 44 310.21 49 45 -0.0701 44 

8 45 362.11 64 45 -0.0801 45 

3 45 401.85 81 46 -0.0901 45 

10 44 443.50 100 46 -0.1001 44 

id 46 504.26 121 46 -0.1102 46 

12 47 565.20 144 47 -0.1202 47 

13 48 622.05 169 47 -0.1302 48 

14 47 661.50 196 47 -0.1402 47 

15 48 712.50 225 48 -0.1502 47 

16 47 753.60 256 48 -0.1602 47 

17 48 813.45 289 48 -0.1702 48 

18 50 891.00 324 48 -0.1803 49 

19 49 938.50 361 49 -0.1903 49 

20 50 998.95 400 49 -0.2003 50 

21 51 1060.50 441 49 -0.2103 50 

22 50 1104.40 484 50 -0.2203 50 

23 49 1129.30 529 50 -0.2303 49 

24 51 1215.00 576 50 -0.2403 50 

25 51 1286.18 625 51 -0.2504 51 

26 52 1349.40 676 51 -0.2604 52 

27 51 1382.68 729 51 -0.2704 51 

28 52 1458.10 784 52 -0.2804 52 

29 51 1478.28 841 52 -0.2904 51 

30 51 1523.25 900 52 -0.3004 50 

465 1474 22881.85 9455 

TRENDLINE SLOPE (b): 0.3104 

MON AVG TEMP: 47.55 MON AVG TEMP: 47.40 

(CORRECTED ) 

STANDARD ERROR: 0.91 
ABSOLUTE MIN MIN TEMPERATURE: 6 
MEAN MIN TEMPERATURE: 28 
MEAN MAX TEMPERATURE: 67 
ABSOLUTE MAX MAX TEMPERATURE: 87 
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TABLE E-16. JUNE TEMPERATURE STATISTICS 
TREND 
X Y X*Y X2 Y’ CORRECTN 
0 51 0.00 0 51 0.0000 
it 51 51.10 1 52 -0.0088 
2 52 103.79 4 52 -0.0175 
3 53 157.74 9 52 -0.0263 
4 54 214.74 16 53 -0.0351 
5 55 273.68 25 53 -0.0438 
6 54 321.47 36 53. -0.0526 
7 53 368.97 49 53 -0.0614 
8 53 423.16 64 54 -0.0701 
9 53 479.03 81 54 -0.0789 
10 53 531.25 100 54 -0.0877 
ig 54 594.00 121 54 -0.0964 
12 54 650.70 144 55 -0.1052 
13 55 708.83 169 55 -0.1140 
14 55 766.85 196 55 -0.1228 
15 56 839.25 225 55 -0.1315 
16 57 908.00 256 56 -0.1403 
£7 56 949.88 289 56 -0.1491 
18 56 1011.60 324 96 -0.1578 
19 57 1085.38 361 56 -0.1666 
20 598 1156.50 400 57 -0.1754 
21 57 1203.83 441 57 -0.1841 
22 58 1268.85 484 97 -0.1929 
23 57 1320.78 529 58 -0.2017 
24 57 1378.20 576 58 -0.2104 
25 58 1450.63 625 58 -0.2192 
26 59 1535.30 676 58 -0.2280 
27 59 1586.25 729 59 -0.2367 
28 58 1629.60 784 59 -0.2455 
29 | 58 1681.28 841 59 -0.2543 
435 1659 24650.60 8555 
TRENDLINE SLOPE (b): 0.2630 
MON AVG TEMP: 55.31 MON AVG TEMP: 
(CORRECTED ) 
STANDARD ERROR: 


ABSOLUTE MIN MIN TEMPERATURE: 
MEAN MIN TEMPERATURE: 


MEAN MAX TEMPERATURE: 
ABSOLUTE MAX MAX TEMPERATURE: 
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TABLE E-19. JULY TEMPERATURE STATISTICS 


CORRECTD 

TREND DAILY 

X Y X*Y X2 Y’ CORRECTN MEAN 

0 58 0.00 0 59 0.0000 58 

1 58 58.08 1 59 -0.0052 58 

2 59 117.00 4 59 -0.0104 58 

3 60 179.48 9 59 -0.0156 60 

4 60 241.30 16 59 -0.0208 60 

5 59 295.79 25 59  -0.0259 59 

6 58 350.70 36 60 -0.0311 58 

1 60 417.38 49 60 -0.0363 60 

8 60 476.42 64 60 -0.0415 60 

9 60 536.63 81 60 -0.0467 60 

10 60 596.00 100 60 -0.0519 60 

11 61 668.80 iH 60 -0.0571 61 

12 62 741.30 144 61 -0.0623 62 

13 62 803.73 169 61 -0.0674 62 

14 62 868.35 196 61 -0.0726 62 

15 62 922.50 225 61 -0.0778 61 

16 62 985.60 256 61 -0.0830 62 

17 61 1043.38 289 61 -0.0882 61 

18 62 1107.45 324 62 -0.0934 61 

ts) 61 1166.60 361 62 -0.0986 61 

20 62 1236.00 400 62 -0.1038 62 

21 62 1306.20 441 62 -0.1089 62 

22 63 1382.53 484 62 -0.1141 63 

23 62 1433.26 529 62 -0.1193 62 

24 63 1511.40 576 63 -0.1245 63 

25 63 1575.00 625 63 -0.1297 63 

26 63 1645.15 676 63 -0.1349 63 

27 63 1701.68 129 63 -0.1401 63 

28 63 1751.47 784 63 -0.1453 62 

29 - 63 1818.30 841 63 -0.1504 63 

30 62 1856.25 900 63 -0.1556 62 

465 1893 28793.69 9455 

TRENDLINE SLOPE (b): 0.1608 

MON AVG TEMP: 61.06 MON AVG TEMP: 60.99 

(CORRECTED) 

STANDARD ERROR: 0.67 
ABSOLUTE MIN MIN TEMPERATURE ; 21 
MEAN MIN TEMPERATURE: 39 
MEAN MAX TEMPERATURE: 83 
ABSOLUTE MAX MAX TEMPERATURE: 96 
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TABLE E-22. 


xX Y X*Y X2 
0 62 0.00 0 
1 62 61.67 u 
2 62 123.63 4 
3 62 184.82 9 
4 61 242.74 16 
5 62 309.47 25 
6 62 369.15 36 
7 61 430.15 49 
8 62 492.20 64 
9 62 560.48 81 
10 61 608.50 100 
11 61 674.30 121 
12 61 729.00 144 
13 60 776.58 169 
14 59 828.21 196 
15 59 888.00 225 
16 60 956.80 256 
ay, 60 1012.35 289 
18 58 1048.50 324 
19 58 1094.40 361 
20 58 1151.58 400 
21 59 1234.28 441 
22 57 1255.10 484 
23 57 1315.60 529 
24 58 1394.53 576 
25 58 1440.00 625 
26 57 1482.65 676 
27 57 1542.38 729 
28 58 1617.78 784 
29 56 1630.44 841 
30 57 1705.26 900 
465 1844 27160.52 9455 


TRENDLINE SLOPE (b): 


MON AVG TEMP: 59.47 


ABSOLUTE MIN MIN TEMPERATURE: 
MEAN MIN TEMPERATURE: 


MEAN MAX TEMPERATURE: 
ABSOLUTE MAX MAX TEMPERATURE: 
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-0.198 


AUGUST TEMPERATURE STATISTICS 


TREND 


CORRECTN 


0.0128 
0.0192 
0.0256 
0.0320 
0.0384 


(0.0448 


0.0513 
0.0577 
0.0641 
0.0705 
0.0769 
0.0833 
0.0897 
0.0961 
0.1025 
0.1089 
0.1153 
0.1217 
0.1281 
0.1345 
0.1410 
0.1474 
0.1538 
0.1602 
0.1666 
0.1730 
0.1794 
0.1858 
0.1922 


MON AVG TEMP: 
(CORRECTED ) 


STANDARD ERROR: 


CORRECTD 
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TABLE E-25. SEPTEMBER TEMPERATURE STATISTICS 


CORRECTD 

TREND DAILY 

X a X*Y X2 Y’ CORRECTN MEAN 

0 57 0.00 0 57 0.0000 57 

i 56 56.39 1 57 0.0108 56 

2 57 113.55 4 57 0.0216 57 

3 57 170.78 9 56 0.0325 57 

+ 57 227.40 16 56 0.0433 57 

5 58 289.00 25 56 0.0541 58 

6 56 338.10 36 56 0.0649 56 

7 56 391.30 49 55 0.0757 56 

8 56 449.20 64 55 0.0865 56 

9 55 491.85 81 55 0.0974 55 

10 54 539.25 100 54 0.1082 54 

gl 52 575.58 121 54 0.1190 52 

12 53 639.90 144 54 0.1298 53 

13 53 682.83 169 53 0.1406 53 

14 51 717.15 196 53 0.1515 51 

15 52 782.63 225 53 0.1623 52 

16 53 842.40 256 52 0.1731 53 

17 51 864.03 289 52 0.1839 51 

18 51 920.70 324 52 0.1947 51 

19 50 945.73 361 51 0.2055 50 

20 49 978.50 400 51 0.2164 49 

21 49 1036.35 441 51 0.2272 50 

22 51 1114.30 484 50 0.2380 51 

23 51) 1169255 529 50 0.2488 51 

24 50 1201.80 576 50 0.2596 50 

25 50 1256.88 625 49 0.2705 51 

26 50 1305.20 676 49 0.2813 50 

27 49 1318.28 729 49 0.2921 49 

28 49 1379.00 784 48 0.3029 50 

29 49 1417.95 841 48 0.3137 49 

435 1582 22215.54 8555 

TRENDLINE SLOPE (b): -0.324 

MON AVG TEMP: 52.75 MON AVG TEMP: 52.90 

(CORRECTED ) 

STANDARD ERROR: 0.98 
ABSOLUTE MIN MIN TEMPERATURE: 7 
MEAN MIN TEMPERATURE: 30 
MEAN MAX TEMPERATURE: 76 
ABSOLUTE MAX MAX TEMPERATURE: 90 


95 


+ ,, ae cay us 
tan 


yy MITaee 


ee 


f 
7 
‘ 
or « 
he 
‘ 
aes 
A 
t 
: 
4 
t% 
as od 


Of .200F-..08 os 
STZ te ea. 
ae | Os £$ 

be: Be Os: 

— o : $= 


e 21298 sete ae 


THIR BIS 4 P 


SMUOZ GSB6T bS6T E961 ZB6T IS6T OS6T 6261 9261 2261 9261 S26T b26T E26T Z261 T26T O261 6961 8961 2961 996T 


aS9WALdaS 404 SIANLYAAdWAL ATIVO WAWINIW 


wo 
=_ 
oO 
A 


SNM PTW OM OM 
ao. 
uid 
wt 


£>=Ha 


“9-4 JL 


96 


ra 


KA VRAAR 
J 
ca > STaeae 


fy owe SSR ORReRaN 
eT ssncunanaiea 
AROS TARR RES 
ddepiselashenr ice 

Cc. 2RSHR OBER Aaaeor 


pe es 


— 


SMVOZ SB6T P86T EB6T 2861 IS6T O6T 6261 B26T 2261 9261 S26T b26T E261 Z26T I26T O26T 6961 S961 2961 996I 


a3GW51d3S d04 SSaNLWASdWSL ATIBO WWI XUN 


: 


= NOM TW Ohm © OV 


€b=Ha 


“2@-3 JTaNL 


97 


‘eo 
ef 
w 
A it a 
Pe 


io Weee 1200 teat Tams | 


or 4 


ra 


= 
aa 
— 


- 


_ 


TABLE E-28. OCTOBER TEMPERATURE STATISTICS 


CORRECTD 

TREND DAILY 

X b X*Y X2 Y’ CORRECTN MEAN 

0 48 0.00 0 48 0.0000 48 

1 48 48.28 1 48 0.0106 48 

2 49 97.35 4 48 0.0213 49 

3 47 141.15 9 47 0.0319 47 

4 48 192.00 16 47 0.0426 48 

5 49 243.50 25 47 0.0532 49 

6 47 281.40 36 46 0.0638 47 

7 45 316.58 49 46 0.0745 45 

8 44 354.40 64 46 0.0851 44 

9 45 409.05 81 45 0.0958 46 

10 45 454.50 100 45 0.1064 46 

11 44 487.58 121 45 0.1171 44 

12 44 522.60 144 44 0.1277 44 

13 42 550.88 169 44 0.1383 43 

14 42 585.90 196 44 0.1490 42 

15 41 613.50 225 43 0.1596 41 

16 42 665.20 256 43 0.1703 42 

27 41 702.95 289 43 0.1809 42 

18 42 762.75 324 42 0.1915 43 

19 43 822.23 361 42 0.2022 43 

20 41 826.50 400 42 0.2128 42 

21 42 883.05 441 41 0.2235 42 

22 42 926.20 484 41 0.2341 42 

23 42 963.70 529 41 0.2448 42 

24 43 1031.40 576 40 0.2554 43 

25 41 1026.88 625 40- 0.2660 41 

26 41 1054.95 676 40 0.2767 41 

27 39 1046.25 729 39 0.2873 39 

28 37 1046.50 784 39 0.2980 38 

29 39 1117.23 841 39 0.3086 39 

30 38 1130.25 900 38 0.3192 38 

465 1342 19304.67 9455 

TRENDLINE SLOPE (b): -0.329 

MON AVG TEMP: 43.28 MON AVG TEMP: 43.43 

(CORRECTED ) 

STANDARD ERROR: 1.18 
ABSOLUTE MIN MIN TEMPERATURE: -5 
MEAN MIN TEMPERATURE: 21 
MEAN MAX TEMPERATURE: 66 
ABSOLUTE MAX MAX TEMPERATURE: 89 
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TABLE E-31. NOVEMBER TEMPERATURE STATISTICS 


CORRECTD 

TREND DAILY 

xX Y X*Y X2 Y’ CORRECTN MEAN 

0 38 0.00 0 40 0.0000 38 

: 40 40.08 1 40 0.0128 40 

2 41 81.55 4 39 0.0256 41 

3 40 121.20 9 39 0.0385 40 

4 41 162.70 16 39 0.0513 41 

5 40 201.13 25 38 0.0641 40 

6 39 231.60 36 38 0.0769 39 

7 38 264.43 49 38 0.0897 38 

8 36 290.80 64 37 0.1025 36 

9 36 328.05 81 37 0.1154 37 

10 37 366.75 100 36 0.1282 37 

rt 35 386.10 121 36 0.1410 35 

12 33 398.10 144 36 0.1538 33 

13 34 442.65 169 35 0.1666 34 

14 35 491.75 196 35 0.1794 35 

15 37 548.63 225 34 0.1923 37 

16 34 549.60 256 34 0.2051 35 

17 31 532.82 289 34 0.2179 32 

18 31 565.58 324 33 0.2307 32 

19 32 605.50 361 33 0.2435 32 

20 31 622.00 400 33 0.2563 31 

21 32 669.38 441 32 0.2692 32 

22 33 718.30 484 32 0.2820 33 

23 33 761.88 529 31 0.2948 33 

24 31 737.40 576 31 0.3076 31 

25 29 725.63 625 31 0.3204 29 

26 29 750.75 676 30 0.3332 29 

27 31 832.95 729 30 0.3461 31 

28 32 902.30 784 29 «=6—0.3589 33 

29 31 886.68 841 29 0.3717 31 

435 1040 14216.24 8555 

TRENDLINE SLOPE (b): -0.384 

MON AVG TEMP: 34.67 MON AVG TEMP: 34.85 

(CORRECTED ) 

STANDARD ERROR: 1.43 
ABSOLUTE MIN MIN TEMPERATURE: -9 
MEAN MIN TEMPERATURE: 16 
MEAN MAX TEMPERATURE: 53 
ABSOLUTE MAX MAX TEMPERATURE: 77 
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TABLE E-34. DECEMBER TEMPERATURE STATISTICS 


CORRECTD 

TREND DAILY 

xX b X*Y X2 Y’ CORRECTN MEAN 

0 30 0.00 0 30 0.0000 30 

1 29 29.35 | 30 0.0065 29 

2 31 62.95 4 30 0.0130 31 

3 30 91.13 9 30 0.0195 30 

4 29 114.60 16 29 0.0260 29 

5 28 138.75 25 29 0.0325 28 

6 29 174.00 36 29 0.0391 29 

i 29 199.85 49 29 0.0456 29 

8 27 217.60 64 29 0.0521 27 

“ 28 249.30 81 28 0.0586 28 

10 27 267.25 100 28 0.0651 27 

i 27 300.76 121 28 0.0716 27 

12 28 337.20 144 28 0.0781 28 

13 27 352.30 169 28 0.0846 27 

14 31 427.00 196 27 0.0911 31 

15 30 445.13 225 27 0.0976 30 

16 29 462.40 256 27 0.1041 29 

ir 27 451.35 289 27 0.1106 27 

18 27 481.74 324 27 0.1172 27 

19 25 476.43 361 26 0.1237 25 

20 25 508.00 400 26 0.1302 26 

21 24 494.03 441 26 0.1367 24 

22 25 539.55 484 26 0.1432 25 

23 25 564.08 529 25 0.1497 25 

24 25 604.20 576 25 0.1562 25 

25 26 646.25 625 25 0.1627 26 

26 28 716.30 676 25 0.1692 28 

27 25 676.35 729 25 0.1757 25 

28 25 700.00 784 24 0.1822 25 

29 24 703.25 841 24 0.1887 24 

30 22 672.75 900 24 0.1953 23 

465 840 12103.83 9455 

TRENDLINE SLOPE (b): -0.201 

MON AVG TEMP: 27.11 MON AVG TEMP: 27.20 

(CORRECTED ) 

STANDARD ERROR: 1.30 
ABSOLUTE MIN MIN TEMPERATURE: -31 
MEAN MIN TEMPERATURE: 10 
MEAN MAX TEMPERATURE: 45 
ABSOLUTE MAX MAX TEMPERATURE: 70 
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TABLE E-37. 


(1) 


JANUARY 
FEBRUARY 
MARCH 
APRIL 
MAY 

JUNE 
JULY 
AUGUST | 
SEPTEMBER 
OCTOBER 
NOVEMBER 
DECEMBER 


TOTAL 


AVERAGE 


COMPUTATION OF INDEX OF SEASONAL 
VARIATION - SIMPLE AVERAGE METHOD 


(2) (3) 


AVERAGE 

TEMP 

FOR TREND 
MONTH CORRECTN 


27.94 -0.0794 
33.28 -0.1588 
38.47 -0.2382 
47.40 -0.3176 
55.18 -0.3969 


43.43 -0.7145 
34.85 -0.7939 
27.20 -0.8733 
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(4) 


CORRECTD 
AVERAGE 


500.92 


41.74 


(5) 


INDEX 
OF 
SEASONAL 
VARIATION 
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APPENDIX F 


CALCULATION OF HEATING REQUIREMENTS AND COSTS 
FOR TEMPORARY ENCLOSURE FOR SCENARIOS C, D, & E 


Calculations for the heating requirements for the 
temporary enclosure were base on the relationship derived 
by F. Lawrence Bennet [14] where 

BTU’s/CU FT/DAY = 87.64 + 0.5628 (dT) 
in which dT = difference between inside and outside 
temperature, in degrees Farenheit. 

Daily costs for fuel were then calculated where 

DAILY FUEL COST = BTU’s/CU FT/DAY x CU FT OF ENCLOSURE 
x FUEL COST PER 100,000 BTU 
For the purpose of this report, it was assumed that the 
desired interior temperature of the enclosure was 50°F and 
that fuel oil for the heaters cost $0.32/100,000 BTU. As 
noted in Chapter III, the selected enclosure contains 
348,348 cubic feet of space. 

Fuel calculations for Scenario C (using calculated 

mean temperatures) are as follows: 
NOVEMBER: 
BTU’ s/CU FT/DAY = 87.64 + 0.5628 (50-34) = 96.64 


Daily Cost = 96.64 BTU/CF x 348,348 CF x $0.32 
DAY 100,000 BTU 


$107.73/DAY 
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DECEMBER: 


BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-26) = 101.15 


Daily Cost = 101.15 BTU/CF x 348,348 CF x $0.32 


DAY 


$112.75/DAY 


JANUARY: 


100,000 BTU 


BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-25) = 101.71 


Daily Cost = 101.71 BTU/CF x 348,348 CF x $0.32 


DAY 


$113.38/DAY 


FEBRUARY: 


100,000 BTU 


BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-28) = 100.02 


Daily Cost = 100.02 BTU/CF x 348,348 CF x $0.32 


DAY 100,000 BTU 
= $111.49/DAY 
MARCH: 
BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-33) = 97.21 
Daily Cost = 97.21 BTU/CF x 348,348 CF x $0.32 
DAY 100,000 BTU 
= $108.36/DAY 


Fuel calculations for Scenario D (using calculated 


mean temperatures plus ten degrees) are as follows: 


NOVEMBER: 


BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-44) = 91.02 


Daily Cost = 91.02 BTU/CF x 348,348 CF x $0.32 


DAY 100,000 BTU 
= $101.46/DAY 
DECEMBER: 
BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-36) = 95.52 
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Darly Cost*=—" 95.52 BITU/CF x 348,348 CF x S032 


DAY 100,000 BTU 
= $106.48/DAY 
JANUARY : 
BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-35) = 96.08 
Daily Cost = 96.08 BTU/CF x 348,348 CF x $0.32 
DAY 100,000 BTU 
= $107.10/DAY 
FEBRUARY: 
BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-38) = 94.39 
Daily Cost = 94.39 BTU/CF x 348,348 CF x $0.32 
DAY 100,000 BTU 
= $105.22/DAY 
MARCH: 
BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-43) = 91.58 
Daily Cost = 91.58 BTU/CF x 348,348 CF x $0.32 
DAY 100,000 BTU 
= $102.09/DAY 
APRIL: 
BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-48) = 88.77 
Daily Cost = 88.77 BTU/CF x 348,348 CF x $0.32 
DAY 100,000 BTU 
= $ 98.95/DAY 


Fuel calculations for Scenario E (using calculated 
mean temperatures minus ten degrees) are as follows: 
NOVEMBER: 

BTU’s/CU FT/DAY = 87.64 + 0.5628 (50-24) = 102.27 


Daily Cost = 102.27 BTIU/CF x 348,348 CF x $0.32 
DAY 100,000 BTU 


$114.00/DAY 
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DECEMBER: 


BTU’s/CU FT/DAY = 


Daily Cost 


JANUARY: 


BTU’s/CU FT/DAY = 


Daily Cost 


FEBRUARY: 


BTU’s/CU FT/DAY = 


Daily Cost 


MARCH: 


BTU’s/CU FT/DAY = 


Daily Cost 


APRIL: 


BTU’s/CU FT/DAY = 


Daily Cost 


87.64 + 0.5628 (50-16) = 


106.78 


106.78 BTU/CF x 348,348 CF x $0.32 


DAY 


$119.02/DAY 


107.34 BTU/CF x 348,348 CF x 


DAY 


$119.65/DAY 


87.64 + 0.5628 (50-15) = 


87.64 + 0.5628 (50-18) = 


100,000 BTU 


107.34 


0.32 
100,000 BTU 


105.65 


105.65 BTU/CF x 348,348 CF x $0.32 


DAY 


$117.77/DAY 


87.64 + 0.5628 (50-23) = 


100,000 BTU 


102.84 


102.84 BTU/CF x 348,348 CF x $0.32 


DAY 


$114.63/DAY 


87.64 + 0.5628 (50-28) = 


100,000 BTU 


100.02 


100.02 BTU/CF x 348,348 CF x $0.32 


DAY 


$111.50/DAY 


100,000 BTU 


For the rental of the heaters, it was assumed that 


three (3) 500 MBH oil fired heaters would be required. At 


an estimated cost of $480 per month per heater, daily cost 


for the three heaters was calculated at $47.34 per day. 
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